


BILL NO. S-87-04- c7 


SPECIAL ORDINANCE NO. S- : 2 2 


AN ORDINANCE approving the Contract 
for Ornamental Street Lighting 
#185-87 - Kenwood Avenue, between 
the City of Fort Wayne, Indiana 

and The Weikel Line Co.; Inc., 

in connection with the Board of 
Public Works and Safety. 


| NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 


OF THE CITY OF FORT WAYNE, INDIANA: 





| : SECTION 1. That the annexed Contract, between the 

City of Fort Wayne, by and through its Board of Public Works 

and Safety and The Weikel Line Co., Inc., is hereby ratified, 

and affirmed and approved in all respects. The work under said 
Contract requires: 

| an underground ornamental lighting 


system for Kenwood Avenue from | 
North Anthony Blvd. to Leroy Avenue; 


the Contract price is Seven Thousand Eight Hundred Sixty-Seven 
and 50/100 Dollars ($7,867.50). 

| SECTION 2. Prior Approval was received from Common 
Council with respect to this Contract, on March 24, 1987. 

Two (2) copies of the Contract, attached hereto, are on file 


with the City Clerk, and are made available for public inspection, 


according to law. 
SECTION 3. That this Ordinance shall be in full force | 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 


ow. He‏ سے 


Councilmember 


APPROVED AS TO FORM 
۸۹۶ھ‎ 






Up سے‎ 
Bruce 0. Boxberger, City Attorney 
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SANDRA E. KENNEDY, CITY CL¥ax 
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4> سوج ደ‏ کے 


SANDRA E. KENNEDY, CITY CLERK 








Presented by me to the mM a of the City: of Port ہل"‎ Indiana, 


on the سک )تب‎ day لك ل‎ ae dt ا‎ OB GEE pee d 7 ۶ 18 7 


at the hour of ^ 4 م2‎ NL د ا‎ a Co E: .M.,E. e 


SANDRA E. KENNEDY, CITY CLERK ዜን ንር دسا تا‎ TA 


Approved and signed by me this 727 day of 2 و‎ , 
4 . . 2 ሚንጋ 
19 27 r at the hour of ae 9 عم‎ 24 4075 Me Sor. 





WIN MOSES, JR., MAYOR 
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BIDDER AGREES TO KEEP BID OPEN FOR 
ACCEPTANCE FOR (90 days MAYOR EC 
unless otherwise specified) | 





B.O.W. NON-FEDERAL 





AWARD WILL BE MADE CN THIS FORM 


APPROVED BY THE COMMON COUNCIL vi CITY OF FORT WAYNE DATE 


The MBE/WBE firm (cross out inapplicable pro- 
C vision) shall have $ participation (em- 


ployees) * participation (costs) in this 
project. 


Specify the percentage of minority/women ownership 


in the MBE/WBE firm %. (cross out inappli- 
cable provision) 


C: The undersigned commits 7 % of the total bid price 
as a subcontract to minority business enterprise parti- 
cipation. The MBE firms which are proposed as subcon- 
tractors are the following: 


Name of Firm Address Type of Work 


1. lesta cre ادم عن‎ KAAP يره‎ n 
2. /ሠድ።ፎዖሃ/ መታ 
3. RE 


D. The undersigned commits $ of the total bid price 
as a subcontract to women business enterprise participa- 
tion. The WBE firms which are proposed as subcontractors 
are the following: 


Name of Firm Address Type of Work 


E. Complete (1) and (2) below if participation goals 
. of 7$ MBE and 2$ WBE have not been met. 


1. My Company cannot meet the participation 
goals for the following reasons: ZZ HE 
y nE رم‎ EF Gok ارك ےک‎ Lore DC 













— مجر‎ ALE ےرہ‎ E OS — 


2. We have taken the following steps in an ^ 
attempt to comply with these participation 





(attach additional sheets as necessary) 
C 
Contractor ZA عون گا‎ ele, F Contractor 
By  ረሪሪራሥ LA رك ع ھ ء‎ By 


a PE e Its 


C OC: 2/85 Iw 6 
B.O.W. Non-Fed 


» * 
14. Minority/Female Hourly Employment Requirements. 

The City's policy is to encourage a greater utilization of 
minority and/or female employees in City construction projects. 
The Board has, therefore, adopted a minimum goal of 17% of the 
total work hours on each project to be expended by minority 
and/or female employees. ("Minority" shall include: Blacks, 
و وا مود‎ Asian, Pacific Islander, American Indian or Alaskan 
Native.) 


The bidder shall state in "A" below the percentage of total 
work hours which the bidder and his subcontractors will employ 
and utilize women and minority employees on this project. If a 
contract is awarded as a result of this bid, the percentage 
figure set forth in "A" shall become contractually binding on the 
bidder. The successful bidder will also be required to prepare 
reports for the City demonstrating compliance with this percen- 
tage and will allow city officials access to his records, 
facilities and work site and to those of his subcontractors to 
determine compliance. 


The bidder must fill in the required blanks in this clause in 
order to be responsive to this IFB. If the bidder does not 
meet or exceed the hourly utilization goal of 17% minority/fe- 
male participation, the reasons for this failure and reason- 
ableness and good faith of efforts to meet this goal shall be 
evaluated to determine whether the bidder is responsible. 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO MINORITY/FEMALE 
HOURLY UTILIZATION. 


A. The undersigned firm certifies that it will employ 
and utilize minorities and females and/or will ensure that its 
subcontractors employ and utilize minorities and females so 
that minorities and females will work at least 27% of the total 
hours worked on this project. 


B. Complete (1) and (2) below if the hourly utilization 
figure set forth in "A" is less than 17%. 


l. My Company and its subcontractors cannot meet 
the 17% minimum hourly utilization figure for the 
following reasons: 





/ 


OC. 2/85 1.55 7 
B.O.W. Non-Fed 


ery ۱ 
ያ 2. My Company has taken the following steps in an attempt 
to comply with the 17$ hourly utilization figure: 


EE 


(attach additional sheets if necessary) 


Contractor ZYE سار‎ Apt. E پت‎ 
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15. Required Prevailing Wage Schedule Payments - Pursuant 
to Indiana Code 5-16-7-1. All contractors and subcontractors 
working on the project awarded pursuant to this contract shall 
pay the prevailing wage rates for skilled, semi-skilled and 
unskilled laborers, workmen and mechanics. This wage determin- 
ation has been made in accordance with the procedures set forth 
in Indiana Code 5-16-7-1. This determination and the required 
wage rates are available for examination by any prospective 
bidder at The Board of Public Works and Safety, 9th Floor, 
City-County Building, Fort Wayne, Indiana. 


If a bidder is awarded a contract as a result of this Invitation 
for Bids, he/she/it shall file a schedule of wages, on forms 
provided by the City of Fort Wayne, demonstrating compliance 
with the wage rate determination. The successful prime con- 
tractor shall be responsible for obtaining schedules from all 
subcontractors. All schedules shall be filed before the con- 
tractor commences any work on the project. 


Penalties for failure to pay the prevailing wage rate are set 
forth in Indiana Code 5-16-7-3. 


16. Site Orientation. A site orientation (will/will not) 
be conducted by the City Engineers. If such an orientation 
is conducted, it will be held on the day of ge رت‎ 
commencing at ___ o'clock __.M. at the site of the project. ^ 


Regardless of whether a site orientation is conducted 
or not, bidders are required to visit the site of the work, 
and inform themselves fully of the conditions, under which the 
work will be performed. The bidders shall be responsible for all 
conditions that affect the work, including, but not limited to 
all sub-surface conditions. 


O.C. 2/85 I- 8 
B.O.W. Non-Fed 


SCHED 
Board of Public Works and Safety 


The contractor agrees to furnish at his/her/its own cost 
all labor, insurance, materials, equipment, and power for the 
complete performance of the following project: 


KENWOOD AVENUE 








All work will be performed in accordance with: Resolution 
# 185-87 the IFB, this contract and the applicable plans, specifi- 
cations, and drawings for a TOTAL PRICE of $20.00 s DIT 
unit prices are applicable, the contractor agrees to perform 
for those unit prices as set forth in the Schedule of Unit Prices 
attached hereto). 


The work shall be commenced within ten (10) days after 
The Board issues a written notice to proceed. All work shall 
be completed within _102* days after issuance of the notice to 
proceed. Those days which the contractor cannot work because 
of severely inclement weather shall not be counted. * ALL WORK 
MUST BE COMPLETED BY AUGUST 15, 1987 


Û Liquidated Damages Provision. (This clause shall be appli- 


cable to this contract only if the box contains a checkmark or an 
"X",) It is hereby agreed by and between the City of Fort Wayne 


and Contractor that time is of the essence of this agreement 
and the contractor agrees that it will conplete the project 
as herein defined on or before days after issuance of the 
notice to proceed. The parties agree that it is a business and 
governmental necessity that the project be completed by this 
date, that it will be difficult or impossible to make an accurate 
determination of the damages that would be incurred by the City 
of Fort Wayne, and therefore provide for liquidated damages in 


the sum of $ per day for each and every day after days 
after issuance of the notice to proceed that the project remains 
uncompleted. The parties agree that the sum of $ per day 


is a reasonable estimate as to the damages which would be 
incurred by the City of Fort Wayne. The parties further agree 
that causes beyond the control of the contractor may delay the 
conpletion date. Therefore, the parties agree that delays in the 
completion date beyond the control of the contractor shall not 
result in liquidated damages. 


Delays beyond the control of the contractor can include but 
are not necessarily limited to, the following: Acts of God, 
strikes, lockouts or industrial disturbances, acts of public 
enemies, restraining orders of any kind by the government of 
the United States of America or of the State of Indiana or any 
of their departments, agencies, or officials, or any civil or 
military authority, insurrections, riots, landslides, earth- 
quakes, fires, incapacitating storms, floods, and explosions. 


Q.C. 2/85 S = 1 
B.O.W. Non-Fed 


IN WITNESS WHEREOP, the bidder(s) (a firm) by its Owner(s) named below, bereunto 


set their hand(s) and seal(s) this _ 7 of 3986 . 
g 1 : i 
É : Firm Name: 
ኒ ና Gee. ولد ال‎ ፎሪ ال‎ 22... ጋን ን ری‎ E 
ጅፃ፣ 








IN TESTIMONY WHEREOP,. the bidder(s) (a corporation) has caused this proposal 
to be signed by its ጋ ን و‎ and Secretary and affixed its corporate ‘seal 


this / day of و‎ 198 7 . 
1 ረረ Zae 
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PROJECT NAME: . . Kenwood Avenue 


'EM " DESCRIPTION UNIT UNIT PRICE EXTENSION 
pode Install 16' Black Aluminum Pole 4' Deep ANNE O EN 


| 
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| 
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002 Install TC 100R Luminaire & Lamp eo. 


004 Bore or Push 1%" Tubing under Street, Alleys RETE RV BOE اف‎ 
Drivers, Sidewalks, Trees, Etc. 784 LF Sele, 4 GG 26 مه‎ 


005 | Install 2/016 in Trench and/or Conduit 1,900 LF 
006 | Fine Grading, Seeding, & Mulching 926 LF 7 
007 | Install 10' Riser SEction & "E11" 1 EA d يد‎ ከር 
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STREET BARRICADE MAINTENANCE INFORMATION 


Listed below are the names and telephone numbers of 
the persons responsible for the maintenance of the barricades 
necessary for the duration of this contract. 


` NAME | TELEPHONE NUMBER 


—— 
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Resolution No. ፖጋጋ “መጋ 


NON-COLLUSION AFFIDAVIT 





The bidder, by its officers and 


agents or representatives present at the time of filing this bid, 
being duly sworn on their oaths, say that neither they nor any of 
them have in any way, directly or indirectly, entered into any 
arrangement or agreement with any other bidder, or with any public 
officer of such City of Fort Wayne, Indiana, whereby such affiant or 
affiants or either of them, has paid or is to pay to such other 
bidder or public officer any sum of money, or has given or is to 
give such other bidder or public officer anything of value whatever, 
or such affiant or affiants or either of them has not directly or 
indirectly, entered into any arrangement or agreement with any other 
bidder or bidders, which tends to or does lessen or destroy free 
competition in the letting of the contract sought for by the attached 
bids, that no inducement of any form or character other than that 
which appears upon the face of the bid will be suggested, offered, 
paid or delivered to any person whomsoever to influence the accep- 
tance of the said bid or awarding of the contract, nor has this 
bidder any agreement of understanding of any kind whatsoever, with 
any person whomsoever to pay, deliver to, or share with any other 
person in any váy, or manner, any of the preceeds of the contract 
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Subscribed and sworn to before me by 


7 سه 0 


tbis ٦ day of | 
۱ ር... wo 


My Commission Expires: 5- 17- & 2) | A 
Subscribed and sworn to before me by D کب‎ LS ai 9 page= 
this لل‎ day of M one ፣.ሕ2 د(‎ d 


Notary PEUT a S SEES 
My Commission Expires: 2 - IEEE 


Subscribed and sworn to before me by 
: 189 Š 
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My Commission Expires: 


p ' CERTIFICATION OF NON-SEGREGATED FACILITIES 


Each bidder is required to submit with his bid a fully executed 
Certificate of Non-Segregated Facilities. 


CERTIFICATION OF NON-SEGREGATED FACILITIES 


: The bidder certifies that he does not maintain or provide 
for his employees any segregated facilities at any of his 
establishments, and that he does not pernit his employees to 
perform their services at any location, under his control, where 
segregated facilities are maintained. The bidder certifies 
further that he will not maintain or provide for his enployees 
any segregated facilities at any of his establishments, and that 
he will not permit his employees to perform their services at any 
location under his ccntrol where segregated facilities are 
maintained. The bidder agrees that a breach of this certifi- 
cation will be a violation of the Equal Opportunity clause in any- 
contract resulting from acceptance of this bid. As used in this 
certification, the terz "segregated facilities" means any waiting 
rooms, work area, restrooms and washrooms, restaurant or dressing 
areas, parking lots, drinking fountains, recreation or entertain- 
ment areas, transportation, and housing facilities provided for 
enployees which are segregated by explicit directive or are in 
fact segregated on the basis of race, color, religion, or 
national origin, because of habit, local custom, or otherwise. 
The bidder agrees that (except where has obtained identical 
certification from proposed subcontractors for specific tine 
periods) he will obtain identical certification trom proposed 
subcontractors prior to the award of subcontracts exceeding 
$10,000 which are not exempt from the provisions of the Equal 


Opportunity clause, and that he will retain such certifications 
in his files. 


Note: The penalty for making false رط‎ in offers is 
መሪ, 


prescribed in 18 U.S.C. 1001. | 
pita e cun , 19277. 7 2 Ze EL Z ደ 


(Name of Bidder) 


By Pin he ALOR مره‎ 
Official Address (including 


ZIP code)? ٤ 1 DEES 2 
à 6 


s 2 
guo» ST. UA 

E e S OEL Lm, 

2 ግ و‎ 

| | RA M 2, 
ፌሪ 2م‎ SF, ሪ/ 1 A, ሯ Nd ټک‎ e A 
: سم ې‎ ACRES 7 7 
2 7 y i AT E 
መፓ PA i "m 3 we = E 
Y Ww = ለ / 3 3 


۷ 


وه 
وه" 
7 


A ፥ 2 IN ላ 3 
hái i ww” 
epa 


SS 





| 





' NON pot 


(Conpany) 
equal employment opportunity be afforded to al 
without regard to race, religion, 





1 qualified persons 
In support of this policy ZZ 


color, sex, or national origin. 

PA € ረች ወ not 
(Company) 

discriminate against any employee or applicant for 

because of race, religion, color, sex, 

The Le Lhe Lu tle 

|» (Company) 





employment 
or national origin. 


“will take affirmative action 


to insure that applicants are employed and that 
treated during employment without regard to their r 
color, ex, Or national origin. 

not be limited to: 


employees are 

ace, religion, 
Such action will include but 
“RECRUITMENT, ADVERTISING OR SOLICITATION FO 
HIRING, PLACEMENT, UPGRADING, TRANSFER OR DEM 


R EMPLOYMENT, 
OTION, SELZC- 
TION FOR TRAINING INCLUDING APPRENTICESHIP, RATES OF PAY OR 
OTHER FORMS OF COMPENSATION, LAYOFFS OR TERMINATION. 
E ASNE ም ሚን ጋ UN ع‎ 
(Name of Company) 


(Signature of Company Official) 


— mnn, 
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(Date) RM 
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k E is ‘the policy of ` 


CERTIFICATION OF B IDDER/VENDOR 
ee شت لمات اماف‎ iN. 


The undersigned, on behalf رج ہت‎ Oe, 
» DEG EIE ME RE ماقم بر سے لھا ا‎ 


, does hereby make the following representations 
ች ወ بدا سس‎ E ur 


to the City of Fort Wayne, Indíana. 


WHEREAS, it is acknowledged that the Common Council 


of the City of Fort Wayne, Indiana, has passed an ordinance con- 


demning the apartheid policies of the country of South Africa; 


WHEREAS, Council's ordinance requires that all persons, 


firms or corporations submitting bids to.the City, for goods and 


services, certify, as part of the bid, that.such entity does not 


support the policies of apartheid in South Africa. 


۹ سے 
The undersigned states, on behalf o TM TOM AT t‏ 








does not support or endorse the policy of apartheid in South Africa. 


IN WITNESS WHEREOF, this Certification has been signed 
this کے‎ day of Zlati / dcum 7. 


LB er oe ፡ ages 7 
cn سے‎ መ ሪር جو‎ 


(Name of Bidder/Vendor) 
LA Vo ساد‎ f A 
(Name and Title of Person Signing) 
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: ; CERTIFICATE IN LIEU OF FINANCIAL STATEMENT 






a ge ee‏ ےر ھت 
(name)‏ 
ረ 2 0‏ ھ02 ot ያታ Ye‏ 
(position) .‏ 


(conpany) 


hereby certify: 


: (1) That the Financial Statement of said company, dated the کے ر‎ ፡ 
day of سست کسر‎ 19 Fb, nov on file in the office of the Board of 


Public Works of the City of Fort Wayne, Indiana, which Financial Statement is by 
reference incorporated herein and made a pert hereof, is a true end correct 
090 and accurately reflects the financial condition of said company es of 
the date hereof; 


(?) That I am familiar with the books of seid company shoving its 1ئ‎ 


condition and am ን... to make this certificate on its behalf, 


? ና ናዱ ሪው: . ተ ረቆ ረ መ 7 


(signature) 


SUBSCRIBED AND SWORN TO before me, a Notary Public, in and for seid 


County and State, this ነነ day of SO tates sce dte 199. 


My commission expires: 


ac 


TO,BE EXECUTED BY BIDDER AND SULETY COMPANY BEFORE DEPOSITING BLD: 
BIDDEL'S BOND 


Know All Men By These Presents: 


That we THE WEIKEL LINE COMPANY, INC. 


as principal and 


THE CINCINNATI INSURANCE COMPANY and 


as Sureties, are held and firmly bound unto the City of Fort Wayne, Indiana in the sum 
of 105 . ዕ፻ Maximum Bid - ፦ --------------- Dollars ($ = == سے سے‎ =- +- ን 
to be paid to the said City of Fort Wayne, Indiana, or its successors or assigns, for 
the payment of which, well and truly to be made, we hereby bind ourselves, our heirs, 


successors, executors and administrators, jointly and severally, firmly by these 


presents. 


Signed and sealed at Fort Wayne, Indiana this llth day of 
March 216150 7ہ‎ 


The condition of this obligation is such that if the accompanying bid or 
proposal of installing street lights Kenwood Avenue Resolution #185-87 
made this day to the City of Fort Wayne, State of Indiana, is accepted, and the contract 
awarded to the above bidder, and the bidder shall, within ten (10) days after such award 
is made, enter into contract with the City of Fort Wayne, State of Indiana, for the work 
bid upon, and give bond as required: then this obligation shall be null and void; 


Otherwise it shall remain in full force and effect. 


Signed at Fort Wayne, Indiana this LIER day of 
March سو او‎ o) ARES Ser ne aD ودس‎ 






THE CINCINNA NSURANCE COMPANY 





Donald R Rush, Attorney-in-fact 
Surety ANON. ' 


( 








CINCINNATI INSURANCE 00۸10۸+7۰ 
i ; : و‎ Cincinnati, Ohio 
, 7 POWER OF ATTORNEY 


KNOW ALL MEN BY THESE PRESENTS: That THE CINCINNATI INSURANCE COMPANY, a corporation organized under 
the laws of the State of Ohio, and having its principal office in the City of Cincinnati, Ohio, does hereby constitute and appoint 


Louis H. Andrews; Donald R. Rush; William G. Niezer; Gerald C. Kramer, Jr.; 
Fred L. Tagtmeyer and/or Donald E. Douglass 


of Fort Wayne, Indiana its true and lawful Attorney(s)-in-Fact to sign, execute, seal 
and deliver on its behalf as Surety, and as its act and deed, any and all bonds, policies, undertakings, or other like instruments, as 
follows: 


Any such obligations in the United States, in any amount. 


This appointment is made under and by authority of the following resolution passed by the Board of Directors of said 
Company at a meeting held in the principal office of the Company, a quorum being present and voting, on the 6th day of 
December, 1958, which resolution is still in effect: 


“RESOLVED, that the President or any Vice President be hereby authorized, and empowered to appoint Attorneys-in- 
Fact of the Company to execute any and all bonds, policies, undertakings, or other like instruments on behalf of the 
Corporation, and may authorize any officer or any such Attorney-in-Fact to affix the corporate seal; and may with or 
without cause modify or revoke any such appointment or authority. Any such writings so executed by such Attorneys-in- 
Fact shall be binding upon the Company as if they had been duly executed and acknowledged by the regularly elected 
officers of the Company." 


This Power of Attorney is signed and sealed by facsimile under and by the authority of the following Resolution adopted by the 
Board of Directors of the Company at a meeting duly called and held on the 7th day of December, 1973: 


"RESOLVED, that the signature of the President or a Vice President and the seal of the Company may be affixed by 
facsimile on any power of attorney granted, and the signature of the Secretary and Treasurer and the seal of the Company 
may be affixed by facsimile to any certificate of any such power and any such power of certificate bearing such facsimile 
signature and seal shall be valid and binding on the Company. Any such power so executed and sealed and certified by 
certificate so executed and sealed shall, with respect to any bond or undertaking to which it is attached, continue to be 
valid and binding on the Company.” 


IN WITNESS WHEREOF, THE CINCINNATI INSURANCE COMPANY has caused these presents to be sealed with its جا اہ‎ 
seal, duly attested by its Senior Vice President this 14th day of June, 1984. - 


THE CINCINNATI INSURANCE COMPANY 


ገጋ ም. 


Senior Vice President 








STATE OF OHIO ) Esse 
COUNTY OF HAMILTON) 


On this 14th day of June, 1984, before me came the above-named Senior Vice President of THE CINCINNATI INSURANCE 
COMPANY, to me personally known to be the officer described herein, and acknowledged that the seal affixed to the preceding 
instrument is the corporate seal of said Company and the corporate seal and the signature of the officer were duly affixed 


and subscribed to said instrument by the authority and direction of said corporation. | 


orney 





Notary Public State of Ohio 
My commission has no expiration date. 
Section 147.03 8. ር. 


I, the undersigned Secretary and Treasurer of THE CINCINNATI INSURANCE COMPANY, hereby certify that the above is a 
true and correct copy of the Original Power of Attorney issued by said Company, and do hereby further certify that the said Power of 
Attorney is still in full force and effect. 


GIVEN under my hand and seal of said Company at Cincinnati, Ohio. 
11th day of March 19 87 


ያክ A‏ مر 


Secretary and Treasurer 
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BIDDER'S BOND 
Know All Men by These Presents: 


That WE, = ae principal 


and ;‏ 
کے تن a a E‏ نبا ہیں مت ےر ہی صا هن ہے کے ې یش ار ےہ دق 
and ————————— LL à$ Sureties,‏ 


are held and firmly bound unto the City of Fort Wayne, Indiana, in the sum 





of DOLLARS ($ X 





to be paid to the said City of Fort Wayne, Indiana, or its successors or 
assigns, for the payment of which, well and truly made, we hereby bind our- 
selves, our heirs, successors, executors and administrators, jointly and 
severally, firmly by these presents. 


Signed and sealed at 


eed Sy ES‏ سا E NUE OE ee‏ ا اوک 


day of 9ھ‎ 





- The condition of this obligation is such that if the accompanying bid or 


proposal of 
———————————————————uá 


-ጮጮጮ ————— 


made this day to the City of Fort Wayne, State of Indiana, is accepted, and the 
contract awarded to the above bidder, and the bidder shall, vithin ten (10) days - 
after such award is made, enter into a contract vith the City of Fort Wayne, 
State of Indiana, for the work bid upon, and give bond as required; then this 
obligation shall be null and void; otherwise, it shall remain in full force and 
effect. 


SIGNED at - 
E reu ca use UELLE T EE E د د‎ c DAN 
this. day of ; 


TR Mito d arc cd e ا‎ dg ا‎ 


: Principal Surety 
*If signed by an agent appropriate power 
of attorney shall be attached 


r 
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“NOTICE TO BIDDERS" 


The following documents must be completed, endorsed, and submit- 
ted with each bid. Failure to complete all documents will result 
in your bid being determined incomplete and may be reason for the 
City of Fort Wayne to disallow your bid: 


Documents required with each bid; 
3, MBE/WBE Participation Goal Statement 
2, Minority/Female Hourly Utilization Goal 


E o Certificate of Non-Segregated Facilities 
(Federally Assisted Projects Only) 


4. Non-Collusion Affadivit 

5. Bidder's Bond 

6. State Board of Accounts Form 96-A or 

7 Certificate in Lieu of Financial Statement 


(If Form 96-A has been submitted with previous 
bids.) i 


INSTRUCTIONS IDDER 
Board of Public Works and Safety 
City of Fort Wayne, Indiana 


March 11 19_37 
Non-Federally Funded Construction 


Ls Submission of Bids. Sealed bids will be received 
by the Board of Public Works and Safety of the City of Fort 
Wayne, in the State of Indiana, hereinafter "The Board" until 

9:00 o'clock EST on the llthday of March ji LOT... at: the 
Office of The Board in the City-County Building, at which time 
the bids will be publicly opened and read, for the following 
described work, as more fully set forth in the specifications: 




















Kenwood Avenue - Res. 185-87 
2 Inclusion of Clauses - If a clause in the Invitation 
for Bids (IFB) has a box [J beside it, the clause applies 


to the IFB only if it contains a check mark ( ሥን or an "አእ", 
Any questions as to whether a clause is included or not should 
be referred to The Board. 


332 Questions as to Bid Document. If a bidder finds 


discrepancies in, or omissions from, the bid document or has 
questions about the project, he should at once contact the City 
Engineers. If the information requested or change made is 
substantive, The Board will issue an amendment to the solici- 
tation and will send such amendment to all potential bidders who 
have procured an Invitation for Bid (IFB). The Board and the 
City will not be responsible for any oral instructions. 


4. Award of Contract (Timeliness, Responsiveness, Respon- 


sibility). A contract resulting from the Invitation for Bids 
will be awarded to the lowest and best timely bidder who is 
also responsive and responsible. If bids are otherwise equal, 
award will be made to that bidder granting the largest prompt 
payment discount. : 


5+ Bid Requirements. All bids shall be endorsed with 
the title of the work, the name of the bidder, and the date 
of mailing or presentation. All bids shall be filed in the 
office of The Board on or before the day and hour set forth 
above and stated in the advertisement, and no bid received after 
that time will be accepted. The Board will not accept any late 
filing regardless of reason, including delays in the mail. 


0 8 2/85 Tomo oli 
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All bids shall include the exact quantities of each . 
item shown on the bidding form for each section of the work, 
and unless the IFB otherwise states, the total cost of the 
various sections shall be considered a lump sum bid. 


6. Examination of Bids For Responsiveness. After the 
bids are opened and read, The Board will examine them to deter- 


mine if they are responsive. In order to be responsive, the 
bidder must complete all blanks requiring completion, and must 
submit all information required to be submitted. Any alteration, 
erasure, or interlineation of the contract or the IFB may cause 
the bid to be determined non-responsive. Proposals which are 
unbalanced may also be determined non-responsive. 


However, The Board reserves the right to accept any 
bid, to reject any and all bids, and to waive defects or irregu- 
larities on any bid. 


Te Determination of Responsibility. Prior to awarding 
any contract pursuant to this Invitation for Bids, The Board 


will make a determination of responsibility. An award of a 
contract to a bidder shall constitute an affirmative determina- 
tion of responsibility. 


In reaching a determination of responsibility, The 
Board can consider among other factors: 


(a) The Contractor's record of integrity. 


(b) The Contractor's experience and past performance 
record in construction work. 


(c) The Contractor's financial status. 


(d) The Contractor's capability to perform the 
project. 


(e) Whether the bidder is in arrears upon or in 
default of any debt, contract or other obligation 
to the City of Fort Wayne. 


(f) Whether the bidder is debarred from Federal or 
City of Fort Wayne contracts. 


(g) The bidders recrod in MBE/WBE compliance. 


(ከነ Whether the bidder is engaged in litigation with 
the City of Fort Wayne. 


OC 2/85 I - 2 
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In arriving at a determination of responsibility, 
The Board may institute a pre-award survey on any or all bid- 
ders. That pre-award survey may examine any of the consider- 
ations relating to a bidder's responsibility as set forth above. 
Bidders will cooperate with the pre-award survey team. Failure 
to cooperate can result in a finding of non-responsibility. 


۳787 Prequalification - In addition to being timely, respon- 
sive,and responsible, a bidder must also be prequalified by 
the State Department of Highways or by in 
order to be awarded a Contract. 

9. Bid Bond or Deposit. Each bid must be accompanied 
by a bond executed by the bidder and surety satisfactory to 
The Board, in a sum of ten percent (i9 3) of the aggregate 
amount of the bid, but in no case less than $100.00; or the 
bidder may deposit with The Board in lieu of such bond, a 
certified check on a solvent bank in a sum of ten _ percent 0.9 $) 
of the aggregate bid or proposal, but in no case less than 
$100.00, which certified check shall be payable to the City of 
Fort Wayne. The bid bond or certified check shall serve as a 
guarantee that should the said bid be accepted by The Board, the 
bidder will, within ten (10) days after the time he is notified 
of the acceptance of the bid, enter into a contract with the City 
of Fort Wayne for the work bid upon and give bond with surety to 
be approved by The Board, insuring the faithful completion of the 
contract. 





In case a bid is not accepted, the obligation of the 
said bond shall be null and void and the certified check will 
be returned to the bidder, as the case may be. In case a bid 
is accepted, and the bidder does not enter into a contract with 
the City of Fort Wayne for the work bid upon within ten (10) 
days after notification of award, then the obligation of the 
bond or the certified check shall be forfeited to the City of 
Fort Wayne for ascertained and/or liquidated damages for failure 
to enter into a contract. Provided that, the City's action in 
forfeiting the bond or retaining the certified check shall not 
preclude the City from taking any further action against the 
contractor to recover for all actual damage, the City has 
suffered. 


10. Sworn Experience Questionnaire, Plan and Equipment 


Questionnaire and Contractor's Financial Statement (96A). Each 
bidder will submit with and as part of its bid: (a) A complete 


Form 96A under oath; or (b) Have a complete Form 96A on file 
with The Board which shall be less than one year old in which 
case the bidder can instead submit a Certificate in Lieu of 
Financial Statement. . 


O.C. 2/85 p> 714 
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11. Execution of Additional Bid Documents. In addition 


to all documents previously mentioned as having to be executed 
and submitted as part of the bid, each bidder will be required 
as part of its bid to execute and submit the following documents 
as specified below: 


(a) Non-Collusion Affidavit 
(5) Prequalification Statement 
(c) CONSTRUCTION OPERATION SCHEDULE % COMPLETION DATE 


12. Brand Name or Equal-Specified Materials or Equal. 
Where, in the specifications, one or more specified materials, 


trade names, or articles of certain manufacture are mentioned, 
it is done for the purpose of establishing a basis of durability 
and proficiency, and not for the purpose of limiting conpe- 
tition. The bidder can submit other names of materials and, if, 
the Director of the Board determines that, they are equal in 
durability and sufficiency to those mentioned and of a design in 
harmony with the work as outlined, then the bid will be accepted 
as responsive. However, if the Director of the Board determines 
that such materials are not equal, then the bid may be rejected 
as non-responsive. Consequently, bidders are advised to submit 
any such request for changes or deviations in materials to the 
Director of The Board prior to submitting bids. Any approval of 
deviation will be by written amendment to the solicitation and 
will be submitted to all bidders who have obtained IFBs. 


13. Minority Business Enterprise/Women Business Enterprise ' 
Requirements. 
(CONSTRUCTION) 


It is the policy of the City of Fort Wayne that 
Minority Business Enterprises and Women Business Enterprises 
should participate to the greatest extent possible consistent 
with the State Law in Procurement Contracts awarded by the City 
of Fort Wayne. 


In .order to fulfill this policy, the City of Fort 
Wayne has adopted General Ordinance G-16-84 (Chapter 7 of the 
Code of the City of Fort Wayne) which sets participation goals 
for procurement contracts of at least 7% for Minority Business 
Enterprises and at least 2$ for Women Business Enterprises. 
To meet the participation goals, a Minority Business Enterprise 
may be either a prime contractor, sub-contractor, or a joint 
venture. 


ር ያ ወጋ rs 4 
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f ኣ 
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Minority Business Enterprise (MBE) is a business of 


which at least 51% is owned and controlled by minority group 
members. ("Minority" means Black, Hispanic, American Indian, 
Asian, Pacific Islander, and Alaskan Native). The minority 
owners must exercise actual day-to-day management, as well as 
actively participate in management and policy decisions affecting 
the business. The contribution of capital, equipment or exper- 
tise made by the minority owners must be real, substantiated and 
documented. 


Women Business Enterprise (WBE) is a business of which 


at least 51% is owned and controlled by women. The women owners 
must excercise actual day-to-day management, as well as actively 
participate in management and policy decisions affecting the 
business. The contribution of capital, equipment or expertise 
made by the women owners must be real, substantiated and docu- 
mented. 


The contract for which this proposal/bid is prepared 
is governed by the MBE/WBE Ordinance. This form must be com- 
pleted in order to be responsive to this IFB/RFP. If the 
participation goal of 7$ for MBE and 2$ for WBE are not met or 
exceeded in your bid or proposal, the reasons for this failure 
and reasonableness and good faith of efforts to meet this goal 
shall be evaluated in determining whether the bidder/offeror is 
responsible. 


A list of possible MBE/WBE contractors/suppliers are on 
file in the Compliance Office, Room 800, City-County Building, 
for Contractor review. 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO THE MBE/WBE 
GOALS OF THE CITY FOR WORK DONE PURSUANT TO THIS CONTRACT: 








The undersigned firm certifies that it is an‏ ء8 
MBE/WBE Contractor (cross out inapplicable pro-‏ 
vision).‏ 
For MBE specify percentage of minority ownership‏ 
.$ 
For WBE specify percentage of women ownership‏ 
ኔ.‏ 
The undersigned certifies that they are a joint‏ . .5 


venture in which the following (MBE/WBE) firm 
(cross out inapplicable provision) is 


a joint venture partner. 


0.25 ፲ - 5 
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' (17. Pre-Bid Conference, The Board will hold a prebid 
conference to familiarize prospective bidders with the terms of 
the IFB and proposed contract, and to answer any questions. This 
conference Will 726) 150105 ON ^. = -< eat 
(date) (time) 
or at such date, time, and place as The 
(place) 

Board subsequently determines. If the date and time of the 
prebid conference is not set forth herein, The Board will notify 
all prospective bidders who have picked up bid packages of the 
date, time, and place of the conference. 


18. Performance Bond. The successful bidder, at the time 
of signing the contract will be required, at his own expense, 
to furnish a bond guaranteeing faithful execution of the con- 
tract, in full amount of the contract price, executed by the 
bidder and a surety to be approved by The Board, on the bond form 
headed by The Board. The Performance Bond shall contain the 
following clause: "The said Surety, for value received, hereby 
stipulates and agrees, that no change, extension of time, 
alteration or addition to the terms of the contract or to the 
work to be performed thereunder, or the specifications accom- 
panying the same, shall in any way affect its obligation on this 
bond, and it does hereby waive notice of any change, extension of 
time, alteration or addition to the terms of the contract, or to 
the work or specification." 


19. Additional Bonds. If a bidder is awarded a contract he 
will also be required to execute with surety, satisfactory to The 
Board; 

[3 A. Payment Bond. In the amount of payment to be made 
under the contract. 

[3 B. Warranty Bond. In the amount of the contract 
warrantying the contractor's performance of a 
period of one year after the date of the City's 
acceptance. 


20. Councilmanic Approval and Ratification of Contract. 
This agreement, although executed on behalf of the Owner by 


the Mayor and The Board, shall not be binding upon the Owner 
unless, and until, the contract has been ratified and approved by 
the Common Council of the City of Fort Wayne, Indiana. And if 
the Common Council fails to approve the contract within ninety 
days after the date of bid opening, then the Contractor shall not 
be bound to the contract unless he/she/it elects to be so bound. 


21. Method of Contract Award. The contract resulting 
from this IFB will be awarded: 
لا‎ A. On an all or none basis. 
ع‎ B. As follows: 
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GENERAL PROVISIONS* 
Board of Public Works and Safety 
(Non-Federally Funded) 


ls Time and Progress. Time is of the essence of this 
contract. The contractor shall begin promptly after receipt 
of a written notice to proceed, and in no case later than ten 
(10) days after such receipt.  He/she/it shall prosecute the 
work in such a manner as to cause no unnecessary delays. The 
time of beginning, rate of progress and time of completion are 
all essential elements of this contract. 


2 Payment. The Contractor will submit requests for 
payment on a claim form prescribed by the City, and attach 
to that claim form, his invoices for the work performed and 
accepted. 


033. Progress Payments and Retainage. The contractor 
may submit requests for payments no more often than every thirty 
(30) days for work performed and accepted under this contract. 
If the contractor is in compliance with the provisions of this 
agreement, The Board will make payments for such work performed 
and completed, provided, however, that in any such case The Board 
will retain 310 % (ten percent (10%) if not otherwise specified) 
of the total amount owing to insure satisfactory completion of 
the contract. Upon final inspection and acceptance of this 
contract, the contractor will be paid in full. However, if this 
contract is in excess of $100,000, this contract will be subject 
to an escrow agreement as provided in I.C. 5-16-5.5-1 and the 
standard Board of Works escrow agreement. When this project is 

505 (50$ if not otherwise specified) complete and the work has 
been promptly and properly executed, The Board, at its option, 
can waive or, reduce the retainage requirement. 


4. Inspection. The Board, the City Engineers, officials 
of the Office of Compliance of the City of Fort Wayne, and any 
other City officials designated by The Board shall have access 
to the work sites and contractors’ records at all reasonable 
times for inspection of the work performed under and in com- 
pliance with this agreement. 


Any inspection or failure to inspect by The Board or City does 
not relieve the contractor of the obligation to comply with 
all provisions of this agreement. 


*NOTE: Those clauses of the General Provisions with the 
following box beside it ]( will be applicable to the 
contract only if the box has a checkmark or "x" in it. 
Any question about the applicability of a General 
Provision should be brought to the attention of 
The Board. 
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55 Warranty. The contractor fully warrants his work 
for one (1) year after acceptance by The Board, and shall remedy 
at the contractor's own expense, any defects or problems occur- 
ring during that one-year period. In addition, The Board and the 
City shall be furnished with all manufacturer's and supplier's 
written guaranties and warranties covering materials and equip- 
ment furnished under the contract. 


ይ. Termination for Convenience. The Board can terminate 
this agreement for the convenience of The Board at any time by 
providing a written notice to the contractor. If the agreement 
is terminated by The Board pursuant to this clause, the contract- 
or will be paid only for the work performed up to the termination 
date. In the event of termination pursuant to this clause, all 
work, including any finished or unfinished documents, data, 
studies and reports prepared by the contractor pursuant to 
this agreement shall become the property of The Board of the City 
of Fort Wayne. 





Ja Termination for Default. If the contractor shall 
fail to fulfill its obligations under this agreement in a timely 
and proper manner, The Board shall have the right to terminate 
this agreement for default, by written notice. If this agreement 
is terminated pursuant to this clause, The Board is not required 
to advance any further payments to the contractor. In the event 
of termination, all work, including finished or unfinished 
documents, data, studies, surveys and reports prepared by the 
contractor shall become The Board's property. Termination 
pursuant to this clause is not The Board's exclusive remedy and 
will not prejudice the right of The Board to take any other legal 
action against the contractor. 


8. Changes. The Board may, at any time, by written order, 
make changes within the general scope of this agreement. If 
any such change results in an increase or decrease in the cost 
of performance, time of performance, or any other material 
provision under this contract, The Board shall make an equitable 
adjustment in the contract price, time of performance, or other 
provision. Any claim by the contractor for adjustment under this 
clause shall be submitted to The Board in writing within thirty 
(30) days after the issuance of the change order. All such 
change orders and resultant compensation shall be incorporated as 
written modifications to this contract. Any dispute as to an 
equitable adjustment shall be referred to the Director of The 
Board for his final determination, pursuant to the disputes 
clause of this contract; provided, however, that the contractor 
will proceed with the work as changed, even if there is a 
dispute. 
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9. Assignability. The contractor shall not assign or 
transfer any interest in this agreement, including by assignment 
or novation without the prior written consent of The Board. 


10. Sub-contracting. None of the services covered by 
this agreement shall be sub-contracted or contracted out without 
the prior written consent of The Board. No subcontracts will 
be awarded to contractors who have been debarred or suspended 
from doing work for the City of Fort Wayne or federally-assisted 
contracts. 


11. New Quality Materials. A11 materials used by the 
contractor in the performance of this contract will, unless 
otherwise specified in writing, be new, of a merchantable 
quality, and in no case less than the quality required by the 
specifications. 


12. Permits and Licenses. The contractor shall secure 
at his/her/its own expense all permits and licenses necessary 
to the performance of the contract. Failure to secure a neces- 
sary permit or license shall constitute grounds for termination 
of the contract. 


13. Contractor's Insurance. The contractor shall obtain 
and pay premiums for such public liability insurance, property 
damage insurance, and workmen's compensation as will fully 
protect it from claims under the Indiana Workmen's Compensation 
Act and from any other claims for damages to persons not covered 
by that Act because of bodily injury, including death which 
may arise from, or during the performance of the work described 
in this contract. The City shall be named as an additional 
insured on each such policy. Proof of all such insurance shall 
be presented to The Board. The contractor further agrees that it 
will indemnify and hold The Board and the City of Fort Wayne 
harmless from any loss, damage, liability, cost or expenses 
incurred by the contractor, any of its agents, employees and 
sub-contractors, in the performance of this contract, as well as 
the failure of the contractor or of any agents, employees, or 
sub-contractors to comply with any of the provisions of this 
clause. 


14. Contractor's Protection of Work and Safety. The 
contractor shall obtain adequate protection of all work fron 
possible damage, and shall protect the City's property of all 
work from possible damage, and shall protect the City's property 
from injury or damage arising from the work to be done under or 
by the contractor, its employees, agents and sub-contractors 
during the construction. He/she/it shall take all reason- 
able precaution for the safety of the employees on the job and 
Shall comply with all applicable safety laws, building codes and 
ordinances. The contractor shall properly and fully guard all 
excavations and dangerous places, and will use all due and proper 
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‘precaution to prevent injury to any and all persons and pro- 
perty. 


15. Lead Base Paint. The contractor will not apply any 
lead base paint, and will take all necessary steps to reduce 
the hazard from lead base paint already on surfaces. Lead base 
paint is defined as paint containing more than six-one-hundredths 
of one percent of lead by weight in the total non-volatile 
content of liquid paint, or in the dried film of paint already 
applied, and shall include, cracking, scaling, peeling, chipping 
or loose paint. Any surfaces to be painted shall be treated as 
necessary. Treatment involves washing, sand, scraping, wire-- 
brushed, or otherwise cleaned so as to remove cracking, scaling, 
peeling, chipping or loose paint back to sound surfaces, and 
repainting with two coats of suitable non-lead paint. If paint 
film integrity cannot be maintained, the surface must be covered, 


Lead base paint hazards involve all interior surfaces 
and those exterior surfaces readily accessible to children under 
seven (7) years of age, and contractor will take appropriate 
provisions pending the completion of the contract for the 
elimination of immediate hazards. 


16. Contractor's Clean-up. During contruction, and after 
completion the contractor shall clean up and remove all waste 
construction materials from the premises and will leave the 
premises in a clean and sightly condition. 


17. Disputes. All disputes which arise under this contract 
which cannot be resolved between the contractor and the City will 
be referred in writing to the Director of The Board. The 
Director of The Board shall make a final decision in writing. 
The contractor will continue to perform the contract regardless 
of the decision 


18. Prompt Payment Discounts. In connection with any 
discount offered for prompt payment, time shall be computed from 


(1) the date of acceptance by the City of performance of the 
services or deliveries of supplies to the City, or (2) the date 
the correct claim form and invoice, or voucher is received in 
the office of the City division awarding the contract, if the 
latter is later than the date of acceptance of performance or 
delivery. For the purpose of computing, the discount earned, 
payment shall be considered to have been made on the date the 
City check is mailed. 


19. Minority Business Enterprise/Women Business Enterprise 
Compliance (Construction Contract). This contract 

is governed by General Ordinance G-16-84, Chapter 7 of the code 
of the City of Fort Wayne, establishing participation goals 
of seven percent (7$) for Minority Business Enterprises and 
two percent (2$) for Women Business Enterprises of the total 
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“yearly dollar amount of construction contracts awarded by the 


City of Fort Wayne. The terms "Minority Business Enterprise 
and "Women Business Enterprise" are defined in the Ordinance 
and in the MBE/WBE Statement of the IFB/RFP. The contractor 
agrees that in performing this contract it/he/she will meet 
or exceed the certification of participation set forth in the 
MBE/WBE Statement in the IFB/RFP. Failure to meet or exceed 
the smallest of the following: (a) 7% MBE or 2% WBE; or (b) 
the participation certification, without justifiable excuse, 
can be grounds for termination of this contract for default 
and shall be considered in evaluating contractor's responsibility 
on future contracts. The contractor agrees to cooperate with 
and provide all documentation requested by the City in monitoring 
the contractor's compliance. After completing the work called 
for in the contract, the contractor will submit to the City 
an accurate certification setting forth the MBE and WBE partici- 
pation in the contract. Final payment shall not be made until 
this certification is received. 


20. Anti-Discrimination Under Indiana Code 5-16-6-1, 
This contractor agrees as follows: 


a. That in the hiring of employees for the perfor- 
mance of work under this contract or any subcontract hereunder, 
no contractor, or subcontractor, nor any person acting on behalf 
of such contractor or subcontractor shall, by reason of race, 
religion, color, sex, national origin or ancestry, discriminate 
against any resident of the State of Indiana who is qualified 
and available to perform the work to which the employment 
relates; 


b. That no contractor, subcontractor, nor any person 
on his behalf shall, in any manner, discrininate against or 
intimidate any employee hired for the performance of work under 
this contract on account of race, religion, color, sex, national 
origin or ancestry; 


6: That there may be deducted from the amount payable 
to the contractor by the City of Fort Wayne under this contract, 
a penalty of five dollars ($5.00) per person for each calendar 
day during which such person is discriminated against or intimi- 
dated in violation of the provisions of the contract; and 


d. That this contract may be cancelled or terminated 
by the City of Fort Wayne and all money due or to become due 
hereunder may be forfeited, for a second or any subsequent 
violation of the terms or conditions of this clause. 


21. Anti-Discrimination Under the Code of the City: of 
Fort Wayne, Section 15-17. In the performance of work under 
this contract or any subcontract hereunder, the contractor, 
subcontractor, and any person acting on behalf of such contractor 
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‘or subcontractor, will not discriminate against any person who 
is qualified and available to perform the work to which the 
employment relates. 


The contractor, subcontractor, or any person acting on 
behalf of such contractor or subcontractor will not obstruct 
the enforcement of this contract provision. 


The contractor, subcontractor, or any person acting on 
behalf of such contractor or subcontractor will not retaliate 
against any person because of good faith, reasonable actions 
taken to overcome, alleviate, or report discrimination. 


Enforcement of this section shall be through order of the 
City of Fort Wayne in the following manner: 


a. Whenever any member of the Division of the 
City of Fort Wayne awarding this contract, or whenever a Con- 
pliance Officer of the City of Fort Wayne has reason to believe 
that any of the provisions of this clause and of Ordinance 
Sec. 15-17 have been violated, the matter may be referred to the 
Metropolitan Human Relations Commission for investigation and 
initiation of discrimination charges against the contractor or 
subcontractor. Cases over which the Metropolitan Human Relations 
Commission has no jurisdiction shall be investigated by the 
Compliance Officer of the City. 


b. A final order of the Metropolitan Human Relations 
Commission shall be forwarded to the Compliance Officer of the 
City of Fort Wayne and to the Division awarding the contract,. 
which may invoke one of the remedies set forth in subsection 
(c) of this clause. If it is a matter over which the Metropo- 
litan Human Relations Commission does not have jurisdiction, the 
Division awarding the contract shall conduct a hearing to 
determine whether there has been a breach of Ordinance Sec.15-17. 


Gs If the Division awarding the contract determines 
that a contractor, subcontractor or any person acting on behalf 
of such contractor, or subcontractor, has violated the provision 
or provisions of Ordinance Sec. 15-17, whether discriminating, 
obstructing, retaliating, or otherwise, the Division awarding 
this contract may: 


(1) Deduct from the amount payable to the 
contractor by the City of Fort Wayne under such contract the sum 
of not less than Ten Dollars ($10.00) per day, nor more than One 
Thousand Dollars ($1,000) per day per each violation. Each day 
upon which the violation exists shall be deemed a separate 
offense. 
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(2) The Division of the City awarding this 
contract may cancel or terminate this contract, and all money 
due or to become due under the contract may be forfeited for 
a second or any subsequent violation of Section 15-17. 


22. Required Prevailing Wage Scale Payments. The con- 
tractor and all subcontractors shall, at minimum, pay the 


prevailing wage rates for skilled, semi-skilled, and unskilled 
laborers, workmen, and mechanics, as required by the Indiana Code 
5-16-7-1 wage scale attached to this contract. The contractor 
and all subcontractor on this project shall file a Schedule of 
Wages to be paid during the contract to laborers, workmen and 
mechanics prior to performance on the contract. During perfor- 
mance of the contract, the contractor and each subcontractor will 
meet or exceed his/her/its Schedule of Wages for each position. 
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SPECIFICATION AND SPECIAL PROVISION 


Street Lighting Engineering Dept. 


Resolution # 185-87 


The following special provisions are herein established in 
addition to the "General and Detailed Specifications", as 
supplemented, which is hereby made a part of the Contract 
Documents by reference and together will be referred to as the 
Standard Specifications. All work performed under this contract 
will be governed by the provisions of the Standard Specifications 
except as modified or amended by these Special Provisions or 

the Plans or other Contract Documents prepared specifically for 
this contract by the Board of Public Works of. the City of 

Fort Wayne, Indiana, or an agent appointed by said Board. 


The plans for this project, entitled 


KENWOOD AVENUE 


Public Safety 


If at any time, in the opinion of the engineer, the work is 

not properly lighted, barricaded and in all respects safe to 
public travel, persons on or about the work, or public or 
private property, the engineer shall have the right to order 
such safeguards to be erected and such precautions be taken 

as he deems advisable, and the contractor shall promptly comply 
with such orders. If, under such circumstances, the contractor 
does not or can not immediately put the same into proper and approved 
condition, or if the contractor or his representative are not 
upon the ground so that he can be immediately notified of the 
insufficiency of safety precautions, then the engineer may 

put the work into such a condition that it shall be, in his 
opinion, in all respects safe, and the contractor shall pay all 
expenses of such labor and materials as may have been used for 
this purpose by him or by the engineer. Such action of the 
engineer, or his failure to take such action, shall in no way 
relieve the contractor of the entire responsibility for any cost, 
loss, or damage by any party sustained on account of the in- 
sufficiency of safety precautions taken by EA or by the engineer 
acting under authority of this section. 


Protection to Property 


Materials shall be neatly, safely and compactly piled up along 

the sides of the roadway in which the improvement is located 

or adjacent thereto, as, the engineer may direct, in such a 
manner as to cause the least inconvenience and damage to property 

and to the general public, and not within fifteen (15) feet of 
any fire hydrant. Private drives and street crossings shall be 

kept open. Shade trees and other improvements shall be 

protected from damage. Injury to lawns, trees, sidewalks, 

street or other improvements shall be made good by the contractor 

to the satisfaction of the engineer. The contractor shall 


at all times keep the work site clean and free of dust. 


Co-operation with Utilities 


The plans show all known utilities located within the limits of 
this contract according to information obtained from various 
utility companies. The accuracy of the plans in this respect 

is not guaranteed. The contractor will be required to co-operate 
his work with all utilities within the limits of this contract 

as directed by the engineer. The contractor is also required to 
locate all utilities forty-eight (48) hours before work commences 
by calling I.U.P.P.S. 1-800-382-5544. 


Materials 


The City of Fort Wayne, Indiana shall furnish all materials 
shown on the material schedule which is hereby made a part 
of the contract documents. 


Aluminum Poles 


All poles will be placed in a straight hole so that the bottom 
of the hand hole will be 8" from the top of grade. The hand 
hole will face the direction of incoming wire. The poles 

will be set in eighteen (18) to twenty (20) inches of poly- 
urethane foam with a density of seven (7) pounds per cubic 
foot, to be furnished by the contractor. The remainder of the 
hole shall be filled with spoil to within two (2) inches of 
grade and compacted to ninety-five (95) percent dry density 

as determined by a modified proctor. All poles shall be 

plumb after installation of the post top luminaire. All 

poles shall be grounded. Poles shall be placed at locations 
shown on plans or as designated by engineer. 


Trenching 


All trenching shall be twenty (20) inches deep parallel to 
the street and one foot from the face of the sidewalk. All 
backfill material shall meet the approval of the engineer. 
All backfill material will be compacted to ninety-five (95) 
percent dry density as determined by a modified proctor. 

The contractor shall compact said trenches within three (3) 
days after the initial opening of the trench and said trench 
shall be backfilled the same day that it is opened. If the 
contractor does not comply with the backfill requirements 
five (5) percent of the unit price shall be deducted from 
the bid for each foot of trench which does not pass inspection. 


Conduit 


Where existing pavement is encountered (sidewalks, driveways 

or streets) the contractor shall bore or jack new conduit under 
the pavement at a depth of twenty (20) inches. Any wire 

passing under the pavement shall be installed in said conduit. 
Where trees are encountered the contractor shall bore or jack new 
conduit under said tree at a depth of twenty inches. The conduit 
length shall be computed as follows: trees sixteen (16) inches 
and larger (0.5. + 12 feet); trees fifteen (15) inches and smaller 


(0. D. 4*6 feet). 
Luminaire 


The contractor shall include in his bid for the installation of the 
luminaire all necessary connections required to make the luminaire 
operational. 


Underground Wire 


Underground wire shall be buried twenty (20) inches deep. The 
contractor shall install five (5) feet of wire into the pole. 
All wires shall be protected at all times. There shall be no 
splices made in the cable or connection made in the ground. 

All connections will be made in the hand hole or in a specified 
hand hole in the ground. 


Landscaping 


The areas disturbed by the contractor shall receive a minimum 
of two (2) inches of loamy soil of a density of one hundred 
twenty five (125) pounds per cubic foot. The area shall be 
fine graded, fertilized, rolled and lightly mulched. Grass 
seed shall be sown at a rate of six (6) pounds per one 

thousand (1000) square feet of area. The seed mixture shall 

be as follows: 2 1bs./1000 sq. ft. chewing fescue; 2 1550 
sq. ft. perennial rye; 2 lbs./1000 sq. ft. kentucky bluegrass. 
The fertilizer shall have a 4-16-16 analysis and be applied 

at the rate of five (5) pounds per one thousand square feet. 


Foundation 


Where pole locations are to be in curb walk, pole will be set 
on 18" x 18" x 4' reinforced concrete bases with grounding 
anchor bolts and entry sleeves. The City shall furnish the 
anchor bolts and sleeves where required. 


The Continuity Test shall be made with an Ohmmeter properly 
scaled for measuring the resistance of the Power Cables. 
This test shall verify the following: 


T; That each Power Cable is continuous to all 
of its termination points. 


2, That the cable coding at all the termination 
points is consistent with cable coding at 
the supply point. 


9 That the power cables are not crossed with the 
Neutral or with each other. 


4. That the Main Circuit through each of its 
branches does not have unusual resistance values. 


The entire completed installation shall be tested by circuit 
or by such poritons as may be selected by the Engineer. 


Galvanized Steel Conduit in the road shoulders shall be in- 


stalled in trenches excavated to a neat line but in the shoulder 
surface. The trench shall be backfilled with fill gravel, and 
compacted to original density and the surface will be replaced 
with like material of original thickness. 


Pole Standards shall be plumb after installation of the Post 
Top Luminaires. 


All Aluminum Standards shall be grounded. 
Curbwalk 


All curbwalk removed will be replaced in accordance to Street 
Engineering specifications. It is expected that the adjacent 
pavement will receive some damage. The contractor shall re- 
place any pavement damaged with full depth asphalt to a width 
as required by the engineer. It should also be noted that the 
pavement replacement will be paid for under asphalt patching 
as will the replacement of pavement where it is required to 
trench in the street. 


Progress Payments 


This project is being financed by the Barrett Law revolving fund 
whereby the property owner will contribute $3.27 per front foot 
of property abutting the project and the City shall pay the 
balance. The "revolving fund" provides for the City to hold 

all bonds which may be issued in payment of the property owners 
obligation thus assuring the contractor of a 100% cash contract. 
The contractor will be entitled to receive monthly progress pay- 
ments, based upon an estimate of the work completed, approved 
by the engineer, and submitted to the Board of Public Works. 
These monthly progress payments shall not exceed ninety (90%) 

of the monthly estimate or the original contract sum which ever 
is the lesser. 


Concrete Replacement 


Where contractor finds it necessary to remove any part of a side- 
walk to install conduit and/or cable for this job, it will be 
his responsibility to completely replace the sidewalk panels so 
damaged. Where it is necessary to cut driveways, streets, or 
alleys the trench will be overcut 8" on each side and replaced 
with concrete to the standing Street Department Specifications. 


Controls 


Contractor will install ", 90 ell and one 10' length of conduit 
on Utility riser poles and will leave sufficient wire to reach 
top of pole. City will install additional conduit and control 

at City's expense. 


REMOVAL 


The City of Fort Wayne Maintenance Contractor will be responsible for removal 
of existing street light poles, fixtures, mast arms, etc., on the streets only 
in this area. 


SALVAGE 


All removal items designated as salvagable by the project engineer shall be 
delivered to the Street Lighting Warehouse. All other items are the property 
of the contractor. (See removal). 


WAGE SCALE 


There are two (2) wage scales enclosed in the bid document, Indiana-Fort Wayne 
Wage Scale and the Federal Wage Scale; the higher wage scale should be followed. 


The City of Fort Wayne 


Board of Public Works and Safety 


TO ALL CONTRACTORS WITHIN THE CITY LIMITS OF FORT WAYNE 


The City of Fort Wayne Street Department has advised the Fort Wayne Board of Public Works 
and Safety that the third trick Street Department crews are spending approximately 50% of 
their time re-erecting barricades placed on various projects throughout the City. This 
responsibility of maintaining construction signs, barricades, etc., belongs entirely with 
the contractor. 


Please refer to the attached copy of the City of Fort Wayne application for permit to cut 
into Fort Wayne streets, whereby the contractor is responsible to erect and maintain Traffic 
Devices for Highway Construction and Maintenance Operations; Indiana State Highway Com- 
mission --- date, 1985. 


Maintaining these signs shall include necessary stabilizing of the signs whether this be 
accomplished by embedding the legs of the sign in the street or using sandbags as ballast 
on the lower crossarms or legs of the signs. Other procedures of installing ballast on 
signs may be devised by the contractor, however, under no circumstances, shall sandbag 


. ballast be placed on the top of barricades. This has been determined as a hazard to the 


jriving public. Should one of the signs be hit by a car, the sandbag could very well fly 
through the windshield of the car causing serious injury. 


Effective January 1, 1987, a form will be included in bid documents requiring contractor 
to list name (s) and telephone number (s) of those responsible for maintaining barricades 
at all hours for each project. 


If, after notification by City, contractor's representative does not immediately correct 
barricade problem and City must perform this work, a charge will be made against con- 
tractor. 


THE FORT WAYNE BOARD OF PUBLIC WORKS & SAFETY 





Baron R. Biedenweg, Director 
of Public Works 





Cosette R. Simon, Director 
of Administration and Finance 





Lawrénce D. Consalvos, Director 
of Public Safety 


An Equal Opportunity Employer 
One Main Street, Fort Wayne, Indiana 46802 
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DO OASAS ES BOLD‏ پل لک شن 0 طط 


NOW ALL MEN BY THESE PRESENTS, that we e 

: à ا‎ £O UU HRS GM سر‎ መ አ ም ማስ هاا د‎ › 

| e › à Corporation Organize 

2 the laws of the State of » and duly authorized to transact busines 
n the State of Indiana, as Surety, are held firmly bound unto the City of Fort Wayne 
> 


Indiana, an Indiana Municipal @rporation in the sum of 
Gru beth ريو ملس‎ ٢٢ 





E SEE RE the payment whereof well del truly to be made, the Principal 
2nd Surety bind themselves, their heirs, executors, administrators, successors and assigns, 
jointly and severally, firmly by these presents, The condition of the above obligation 

is such that 

IHEREAS, the Principal did on the E به سه‎ ae 397: : 9. pfi نه‎ 


: contract with the City of Fort Wayne to construct 


EV stor » according to certain plans and Specifications prepared 
- ^ approved by the City. 
HEREAS, the grant of authority by City to so construct such improvement provides: 


That said ixprovement shall be completed according to seid plans and 
Specifications, and contractor shall warrant end guarantee 211 work, mater- 
ial, and conditions of the improvement for a period of one (1) year fron the 
Gate of final acceptance in writing by the Owner; ~- - 


. There shall be filed with the City, within thirty (30) deys after comple- 
tion, a Completion Affidavit; 


| Said Principal is required to agree to make such adjustments, modifica- 
tions, and repairs as required by the City within thirty (30) days after 


. 


notice. 


WHEREAS, Said Surety, for value received, hereby stipulates and 

( agrees that no change, extension of time, alteration, or addition 
to the terms of the contract or to the work to be performed there- 
under, or the specifications accompanying the same, shall in any 
way affect its obligation on this bond, and it does hereby waive 
notice of any such change, extension of time, alteration or ad- 
dition to the terms of the contract, or to the work or to the 


specifications. 


NOW THEREFORE, if the principal shall faithfully perform all of 
the terms and conditions required of it by the contract and shall 
for one (1) year after acceptance of said improvement by City 
وحن‎ and guarantee said improvement and shall indemnify the City 
for all loss that City may sustain by reason of the Principal's 

' failure to comply with any of the terms of the authorization, than 
this obligation shall be void, otherwise it shall remain in ያህጊጊ 


force and effect. 


- 


(Contractor) 
BY: 


ATTEST: ITS: 











Surety 
uim v a Authorized A 
uthorized Agent 
*If signed by an agent, Att ie سے‎ 
power of attorney must be ( ን... Fact) 
attached. 


CE 


Cerami Form Na tHe 
: ٨ ٣٣ہیں‎ by the Slate 
£ hani ته‎ è Veces ہے‎ 


Standard Questionnaires and 
Financial Statement for Bidders 


Prescribed by. 


THE STATE BOARD OF ACCOUNTS OF INDIANA 


For use in investigating and determining the qualifications of bidders on 
publio construction when the aggregate cost of any such work or improvement 
will be Five Thousand Dollars or more, 


These statements to be submitted under oath by each bidder with and as 
a part of his bid, as provided by Chapter 306, page 1248, Acts of 1947. 










Subiittéd 16. ا ات ات شس‎ ere OM 
A Corporation 
By 7 Co-partnership 
An Individual 
Address 
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Acts, 1947, Page 1248 
Chapter 306 


SENATE ENROLLED ACT No. 225 


AN ACT conceming the awarding of contracts for the performance of public work and authorizing the board of accounts to 
prescribe certain forms to be used in ascertaining the responsibility of contractors who submit bids for the performance 
of auch work, providing for plans and specifications, providing for bids repealing certain laws and declaring an emergency. 


(5. 225. 76 March 13th, 1947) 


SECTION 1. BE IT ENACTED BY THE CENERAL ASSEMBLY OF THE STATE OF INDIANA: That, when 
any publie building or any other public work or improvement of any character whatsoever is to be constructed, erected, 
altered or repaired at the expense of the State or at the expense of any county, city, town, township, school corporation, publie 
utility owned or operated by any city of the second, third. fourth or fifth class by &ny town, or other political subdivision, 
ህየ commission created by law. excepting the state highway commission of Indisna, and when the costs ol such work or im- 
provement will be two thousand dollars ($2.000.00) or more, it shall be tbe duty of such board, commission, trustee, ofhcer 
or agent acting on behalf of the state, count y, city, town, township, achool corporation, public utility owned or operated by 
any city of the second, third. fourth or fifth class or by any town, or other political subdivision or commission crested by law, 
cxeepting the state highway cummissiun, to award 5 contract for such public work or improvement to the lowest and best bidder 
who submits a bid for the performance of such work or improvement. For the purpose of securing such bids, the state, county, 
city. town, township, schoul corporation. public utility owned or operated by avy city of tbc second, third, fourth or fifth clnsx 
ot by any town, or other political xubdivision or commission created by law, excepting the state highway commission, shall 
cause to be prepared and placed on file in the office of Raid unit of government, complete and detailed plans and specifications 
ineluding full and complete drawings af the building or publie improvement sought to be constricted. erected. altered or 
repaired: Provided. however. if any publie building or any other public work or improvement as hereinbefore provided shall 
be estimated to cost Jess than two thousand dollars ($2.000.00), bids shall be invited from not less than three persons. firms or 
corporations. known to do or deal in this class of work. by mailing à notice thereof, not less than three days before the time 
fixed for receiving bida, that plans and specifications are on file in a certain office. 


Mee, 2. Whenever the aggregate costs of any work or improvement will be five thousand dollars ($5.000.00) or more. 
for the purpose of enabling such board. commission. trustee, officer or agent to ascertain and determine which of the bidders 
submitting bids for the performance of any such public work is. in the judgment of such board, commission. trustee. officer or 
agent. the lowest and, ar best Lidder and to exercise intelligently the discretion hereby conferred on such board, cummission, 
trustee, officer or agent cach hidder shall be required to submit under oath with and as a part of his bid a atatement of his 
rxpericner, his propuscd plan for “forming such work and the equipment which he has available for the performance of such 
work and a financial statement. statements bere by required shall be submitted on forms which xhall ኩር prescribed by the 
state bonnl of accounts. The forms ao prescribed shall be designated, respectively, as the experience questionnaire, tbe plan 
and equipment questionnaire and the contractor's financial statement, and shall be bascd. so far as applicable, on tbe s ard 
questionnaires and financial statement for bidders as ቅጧ and recommended by the joint conference on construction 
wactiecs, for we ከ) investigating the Qualifiestions of bidders on iblie construction work, and tbe forms 89 prescribed are 
سا‎ prescribed na the fonna which sball hereafter be used by all such boards. commissions, trustees. officers and agents in 
obtaining the information which is required in the administration of this act. If the information subinitted by any bidder on 
the ا ا‎ prescribed ix found, on examination, to be unsatisfactory. the bid submitted by such bidder shall not be 
considered. 


Kee. 3. Upon the filing of said plans. specifications and drawings in the office of the board, commission, trustee, officer 
or agent. snid aforementioned officer shall exusc a notice to be published twice in the two (2) leading newspapers as now pro- 


vided by Juw that drawings, plans and specifications are on file at said office and calling for scaled proposals for such work by 
a day fixed in anid publication. The time to lapse between the date wi sgh ge and the date of recciving bids shall be 
governed hy the size of the contemplated project in the discretion of the Board. commission, trustee, officer or agent causing 


the notice to be published but in no event will the lapsed time be more than six (6) weeks. 


See. 4. All laws and parts of laws in conflict herewith are hereby repealed. and an act entitled “AN ACT concerning 
the awarding of contracts for the performanee of public work and authorizing the board of accounts to prescribe certain forms 
to be used in ascertaining the responsibility of contractars who submit bids for the performance of such work.” Approved 
March 16, 1929, is hereby repealed. 


Kee. 3. Whereas an emergency exists for the immediate taking effect of this act, the same shall be in full force and 
effect from and after its passage. ; 


TO THE BIDDER— 


The following forms of questionnaires and financial statement are pre- 
scribed by the State Board of Accounts in conformity with the statute set out 
on the preceding page. 


These forms, properly filled out and attested, must accompany each bid 
of five thousand dollars or more on any public work. 


The forms sre designed to cover all contracts for all kinds of work and the 

_ bidder is required to answer such questions as are pertinent to the work upon 

which be is bidding. The purpose of the questionnaire and financial statement, 

as set forth in the law, is to enable the awarding body to determine the quali- 

fications of the bidder to carry out successfully the contract if the same is awarded 
to him. 

The bidder will find it to his advantage to answer fully all questions coming 
within the range of the work upon which he is bidding. Particular attention 
should be given the “Financial Statement” and the details relative to the assets 
and liabilities set out. This form is made in extensive detail so that the bidder 
may explain his assets and liabilities in proper sequence and in a uniform 


manner, 
C. E. RUSTON, 


Stste Examiner 





O A Co-partnership 
O An Individual 





Corporation °‏ و5 
Submitted by--‏ 
نت ههو مم شامع 
E EON‏ په سر SLL‏ و UL A E RE‏ ال لظ کا سي ا E‏ لو ا ا ا 
EXPERIENCE QUESTIONNAIRE‏ 
The signatory of this questionnaire guarantees the truth and accuracy of all statements and of all answers to‏ 
interrogatories hereinafter made.‏ 


1. How many years bas your organization been in business as ھ‎ general contractor under your present business 





ane سس سس‎ 
2. How many years experience in 1... construction work has your organisation bad: (a) 
Asa general contractor (b) As a subcontractor 
8. What projects bas your organization completed? 











NAME AND ADDRESS OF OWNER 





3-A. What projecta bas your organization now in process of construction? 
1. aa CM EMO ا‎ ER SET ESOS ESE TET aaa 


¥ 
م‎ A NAME AND ADDRESS OF OWNER 


CONTRACT AMT. CLA88 OF WORX 





4. Have you ever failed to complete any work awarded to you?_______________If so, where and why? 


ወክ ل ا‎ a a سه‎ he Od ee ee 


ee ው م‎ ER Late LUNES Geo eae Te ea መ 


UE‏ ےت ERD NRO‏ اتا 
Has any offcer or partner of your organisation ever been an officer or partner of some other organization that‏ .5 


failed to complete a construction contract?  ے سس‎ 1f so, state name of individual, other 
organization and reason therefor. 


ርመው ው መ nen ca و و‎ EP ELE aE Le ee EL ee 


ee ee oe‏ ا صا ا ር መዳ ፍቸ oT መመመ ደመ ae ድ ቸም ርን...‏ اس 
Has any officer or partner of your organization ever failed to complete a construction contract handled in his‏ .6 


own Dame... Jf m, state name of individual, name of owner and reason therefor 

X MM سا سس‎ à 

ET Le OE ጸመ‏ وي ው R‏ ےہا یں 
ከ አ መችው a e a a a S A E EE‏ ات 5 

Sud In what other lines of business are you financially interested? 
ا ا‎ ው ፍር LE m LI ቸፍ SO Te te ንዝና. ate aloe Lice oa ee 
Pee ت‎ D D KP IM سس‎ E E Ra M RCE CMT UM NT መመመ 
: : 














For what corporations or individuals have you performed work, and to whom do you refer?___ 




















————— — À— M መው ው 





Have you ever performed any work for the U. S. وو ا وکا‎ ጋ و ا‎ Qo. ህም En 


12፡85, wben and to whomido you reier LL سه د‎ a ን 




















——  ————— ዱዓው Ó— i. 


What is the construction experience of the principal individuals of your organisation? 





ብ 
UAL' NAME PRESENT POSITION XAONITUDE A 
INDIYID OR OFFICE 7ھ‎ TIPE OF moan? IN WHA 


a_l ماما‎ ሙሙመወ 


ጺ 


10. 


11. 


13. 








PLAN AND EQUIPMENT QUESTIONNAIRE 


The signatory of this questionnaire guarantees the truth and accuracy of all statements and of all answers 
to interrogatories hereinafter made. 


6 "n what manner have you inspected this proposed work? Explain in detail. 


ene nee er መፍ መው‏ م مہ سے م ہے ٭ ہہ መ ና ው መ‏ ہم — — — መሙ መው — —À M‏ مہ — و ው: ው ውውው‏ — مهم ہہ eee- oe —À— M MÀ ውው ዛመሙ ወወ — e‏ وممم — مہ می 


E — — مسا مس ہم م مم‎ M — تم مم یل‎ መው ጭ- መመ ው መው ው መ መ ee سمم‎ —À ው ው — ው መ ' መ e | 
| መውው መው መመ — መ eo መመ “መመ መ ሙ> ው መሙ ን ው ር 








| መመመ 


— م‎ — — ቁሙ | 

















وویسممم 0 0 0 0 0 0 0 0 0 0 ው ው‏ ]1 | 1[ وممممممسو LE t t t‏ وسوسو هوو هسو —s a M ውው መው 1 À ው Oe ው ዓው ው‏ ومو 





“ው መው — M መው ውው ሠው መው ቁመው‏ — کے 




















Do you intend to do the hauling on the proposed work with your own forces...‏ په 
If so, give amount and type of equipment to be used.‏ 


ee‏ سم سه سوا جو ب ممممس ټله ا መውው ወውውው‏ وو 





oeeeee‏ « م OT EE SS መው tt‏ و وم t See 9 ው‏ مو موم o —— À———ÀÀ‏ وو ممم مممموم 





e$, If you intend to sublet the hauling or perform it through an agent, state amount of sub-contract or agent's 
contract, and if known, the name and address of sub-contractor or agent, amount and type of his equipment and 
BD ADER ده سو تل نكم سم ہی‎ a ا‎ mL E 


| ሥመ و‎ ው ست‎ ‹ብ و‎ EES وو‎ EE د و هم‎ MÀ | 1 1 1 "n 12 1 2 $ 








موم وسم eS P a] —ÁÀ‏ وخوم وهو هو cee SSE‏ می ممیت و مو —— 














* Items 4, 5, 6 and 7 may not be applicable in لله‎ building contracts; if not, omit. 





س 





11. What equipment do you intend to purchase for use on the proposed work, should the contract be awarded 
to you? 





QOAXTIIT | DISCRIPTION, 8125. CAPACITT, EIC. APTROXD4ATE 


1 


| 





12. How and when will you pay for the equipment to be purchased? 











13. Do you propose to rent any equipment for this work... 1 If so, state type, quantity 
ን. እ ressons forrenting om or o MP Erde ee E iere t ep ا د‎ Ie os 




















- Have you made contracts or received firm offers for al] materials within prices used in preparing your proposal? 
)موو تا‎ give names of delen ን. له اس ول لد‎ cree 








DOE. a ووي‎ o E oe 





; QName oí Orgunisacien) 
By. 


j- 


ርመ کس ينا‎ 
ር) له‎ Organisation) 


and that the answers to the questions in the foregoing questionnaires and all statements therein contained are true 
and correct. 
C Bubecribed and sworn to before me thie ይቻ of... 





ነህ) d Prs እጠ) 





STATE OF 
COUNTY OF 





being duly sworn, depoees and says that he is 








19 — 








Notary Pile 
My Commission expires — — — — — — ——————————— 
$ 


Do you intend to do the grading on the proposed work with your own forces? 


——————————————— 





ው —‏ سے یی 
CT MEM S CEN M‏ رو یں یی 





م M‏ ال 


E E A RE 6277 REE 


| ረ. አ سام سجس‎ MM MM م‎ 











— 


If you intend to sublet the grading or perform it through an agent, state amount of sub-contract or agent's 
contract, and, if known, the name and address of sub-contractor or agent, amount and type of his equipment and 
financial responsibility 


























Do you intend to sublet any other portions of the work? If so, state amount 
of sub-contract, and, if known, the name and address of the sub-contractor, amount, and type of his equipment 
and financial responsibility 








pp 





























= From which sub-contractors or agents do you expect to require a bond?.__  . 


580 77ء پھر ።‏ س حسم تھے M‏ سس سے سے 


— 





—— ص 








What equipment do you own that is available for the proposed work? 


DESCRIPTION, SIZE, 
CAPACITY, ETC. CONDITION YANG PRESENT LOCATION 


If so, give type of equipment to be used___ 


"6. 


10. 





Contractor’s Financial Statement 

1 Oa Corporation 
| 8غا‎ im 
vith principal office وڅه‎ DLL Rusa MR, (Dc UM TR 
| 








Submitted by... li 


عم امہ 








Condition at close of business و‎ E 


cras se 
ASSETS | Dolam __ [Cu 


1. Cash: (a) On band $_______, (b) In bank 9... (0) Elsewhere $ 
2. Notes receivable (a) Due within 90 days... E ات‎ 9000 pel کے‎ 
ዑን Due after 90 daya -o a 
161 Paat لت سم ہش 187770 ور‎ Ter MUR 
Accounts recelvable from completed contracts, exclusive of claims not approved fo: 
ریو‎ ከፈ رس تس سے‎ O OT E ie 
Sums earned on uncompleted contracts as shown by engineers or architect's estima 

(a) Amount receivable after deducting tetainage e i a 
(b) Retainage to date, due upon completion of contracta. 
5. Accounts receivable from sources other than construction سوا تا وہ‎ ው 
6. Deposits for bids or other guarantees: (a) Recoverable within 90 days 
(b) Recoverable after 90 days__ س‎ cd ELE 
T. Interest ጸር በይ on loans, securities, يات‎ ee ۷)۶ نتا له غد‎ ۹۵ 
8 Real estate: (5) Used for business purposes 

(b) Not used for business p 

9. Stocks and bonds: (a) Listed—present market value 
©) Unlisted pusent Valve به د‎ RE oa c o 
10. Materials in stock not included in Item 4 (a) For uncompleted contracts (present value) 
7 ዑን Other materials (present value)... 
( cei م‎ TOs DOE TUR و‎ 07 he me EE 


ao PUR 202 REUTER, book وریہ‎ 2m n ATE E E a 
1 3:110 eae ce د او پا‎ a ROT Mee La oe c ACER ለያ 
(d) To others exclusive of equipment obligstio 
Accounts payable: (s) Not past dyas m A E dO 7 


NT MSR سد‎ ምን ون‎ assets 
LIABILITIES 
1. Notes payable: (5) To banks regular 23 oc M 
(b) To banks for certified checks. په‎ (28 ረ. 
(6) To others for equipment تد جج ہت‎ LE ipu 
2 E 
3. Beal estate encumbrance: : 2 =Z 
7. Surplus (net worth) oam ix 


(b) Past due 

Otber liabilities 

CONTINGENT LIABILITIES 
Liability on notes receivable, discounted or sold 
Liability on accounts receivable, pledged, assigned < or sold 
Liability as bond Mant 
Liability as guarantor on contracts or on accounts of oth 
Other contingent lisbilitie: لت‎ 


Reserv 
Total contingent liabilities 8 











ef | ‹= ው» 


Hi 


احم اس | مه - -f-o‏ 


| 
| 
| 
| 








111 





——— M መው መው ጭፍ ቁ 5 --L-i--— ee 


|| 














HE 


PPP 


ምምዮሠ፦ 


DETAILS RELATIVE TO ASSETS 


ee ae eat 
(a) on band... — —— ——————— 


Casb (5) deposited i in banks named below 
" (ነነ elsewhere—(state where) 
NAME OF BANE 










quede EE Ee ርር‏ ل canis ወው wes‏ هه مسوم هښ وخم መቁ መው መቸ‏ سه ወ‏ سواه ده جه جوا د 





eec es 9999090990029 ፍውፍፍ ወ ወው ወፍ 92^ 


oe‏ مو ھے سم reor À‏ موو هه هن ہہ وو هوو مو موو eere‏ ووو موو ውውው‏ ممووموو ውው‏ مه 


3 (a) due within 90 days 
2 Notes receivable (b) due after 90 days... 








— 








Gp due C ELE. ር uai ር c P Mee لو‎ 


RECEIVABLE FROM: NAME AND ADDRESS 








Have any of the above been discounted or sold?____..__If so, state amount, to whom, and reason 








— 





م 













nM AMOU |‏ 
7 
ወጾብው —"]ÀÀ— | ፍው ውፍ — 99‏ یہمممور ہیں ہی FEE‏ رر چو ه سوه همو ې سوهروسسسښسمه P9000‏ و وه سو و و سسسسمیشسسې و سه De‏ 
سو سے مسي ةا ጅጅ‏ وسمه Qa M tir qi tp DRM‏ مو وم ote SASS SOF OS‏ و جح Oeo‏ همس .9-99 Hb‏ ومس سس سين 
چم ومممجموجوےججھوسمیمھووے و 9 ہمے سم موم مم ميمه واوا ومو ——À—2—‏ 
- و همو ومس سح و ووس 099-999 ውጭ ወ‏ 099 90902 مو 9 موو صو ፡ ውውውውውውው ወ‏ وو مه ወ 39ጭውው‏ و ውውውው ወውውውውወውውውውውውው9‏ می 
pq LIU MARE‏ ےت RII AE‏ 


25 ተረ መ 
D 





Have any ot the above been assigned, sold, or pledged?..———-.If so, state amount, to whom, and عسل -5868ع2‎ 




















Sums earned on uncompleted contracts, as shown by engineer’s or architect’s estimate: 


(a) Amount receivable after deducting retsinage سپ‎ 
(b) Retainage to date due upon completion of contract 


AMOUNT OF AMOUN 
CONTRACT Ea D 















ON OF CONTRACT AND NANE AND 
DESIONATION OPRESS OF OWNER 


n ኢሬ ውው ውሬው ው 
——— — —— 
= ውው ወ ውው ውጭ ወ'ሙመሙሙመው 
همو‎ ውውው م‎ ውው ممم موو‎ ውውው ው 9 ውውው ባው ውው M 


ھمسمممممجممممومومہ مو وممو ውውው ውው ወ ውዱ ው‏ مو موہ وو ددم ውውው ccc ውው ውውው ውው ce‏ مهمو 


0ٰ۸ 
موموو دوو موو مو cjr‏ —— 


ومو موم ውው‏ وو ووو ^ ውው 9——9 9 o‏ مو هوممموم 
e‏ 


--— — oe. 
ውውውውውውጭ ውውውውውውው ው ውውው ውው اه مم‎ —— bom EE Dade. 


Have any of the above been sold, assigned, or pledged? 1f so, state amount, to whom, and reason 








— — 





—  — — መው — 





— نے ——— وو —— — — 


* Lin separately esch itera smounting to 10 per cent به‎ more ef the total and combine the remainder, 
10 


ፈፖ፡ 4 #ኒ 4 ዴጋ ኔኔ ጄ ፈፌዔ 4 ۲١ د‎ ANM بوزساتححہ‎ ኒ፡ፍ/ዜ/ ኔ رحج ناتنا‎ Y 


Accounts receivable not from construction contracts. 


4 


d Y 1۲۸۱ء عہ‎ FROM: NAME AND ADDRESS 

















YOR "RAT 





/ 
"v" 9:9: 9፡9፡/9/9/ 99/96 ውው ومومو ووو‎ 8፡9 6/9 موو و ووو هووهو‎ ውጭ هوم‎ ውጭ ወ መመ ወ ወው ወወ 9. ወወ ወው ወ ወው ወ ጭወ ወ ፍሬ bes 
( ሠ موو‎ 6, ውውው ፍወ ው ውው هوه‎ ወው ወወ ውው e.e... —— M ممو‎ ወ |9 ء مه‎ 9 ውው ممم مه مه مه‎ O 


2 .. == وو وو وو موومو‎ ውወ وچو‎ ወው coe ووو وا و مہ ہے‎ ውው وو سوه مو 2009920999999 وو‎ ውወወ9ወ ወወ [ወው ወ. 
'ውውውው —]À مو مو وو وو‎  —À —— موو وم‎ Áo 9 lese ወጭ ወወ መወ ውሙ ጭጭ ው-ውው-ሙ ው 
محامہ‎ —À —— سے‎ — 
- ወ موه مو‎ ውጡ-፡ 9 ውወ ውውው هو‎ ውው واو‎ ውው و‎ ወ واو و‎ ውወ ዋፍ ce ووو ومو‎ LEE ہوم‎ 
 ውውውውውመወውው ውውው መው ወ ومو ومو 9 2 ومو‎ e ውው ہے‎ — ውው —— — —— سے — مهوم — ہے ہمہ[‎ 
መው መ — مل همس‎ 
وم‎ ውውመውውውውውው —Á  ——À e: ec ውው مو‎  — مو 29^ ومو و مو مو وو وو 99299 وو ووو موه موو‎ ውው 079999 ወ ወ/ወፌ | ። ወ. PES eS 
- واه هوه‎ e$ و وه | مه مهو وو و و وی‎ mr 9-መውው ጡፍ مموو مو‎ 


2 ውውው ውወ/9 ውው. ው مهم وم‎ ውው ውው ወ و موو‎ መመ ውውው موو هو ومو و‎ ውውው መመ መወ ہے وو مه‎ ው وم‎ መመመ مچمم و‎ e ejt መወ ውዱ ው —Ó 
ሠው ውውመውውወ cone ውው ውሙው፡ اہ‎ “ውውውውውወ ወ —— À——— e |o M ———M—M 


مہہ مو مومو مہ c ው-ውው-መመው-ው-ውመ | ው‏ هه هه همووو مون عجوم E‏ یہ عع + ውመወፍ ውፍ ees ውሞ መመመ ባቸ መና መቸ መ‏ وہ Pewee eh‏ وو خه ዑውው ፍፍ ውውው‏ وڈ ےہ E መ‏ چو سے 
ہہ 





ፍ መ - 


መመ a ግር 286557: ሺ 2 CEE. 20 MERE .22:25፡፡.‏ هتتن 


What amount, if any, is past due... LLL 











= 





DEPOSITED WITH: NAME AND ADDRESS 








حسومومه ونام ههه موم عن ወ‏ تووم ወ ቸቸቸ‏ و تله Sene ወ‏ ووه مو وول ىا 
—— —9 —— مم ——— X‏ 


. == . wees موو هو‎ 9 ውውው ወ e صو ل‎ ውወ ውውው —— ው ወ وو‎ je ውው 5 -- 
——— ወ ዱውውውው 9 eo . eee => e... —— ————— د کے‎ — M — —— |o ው-ጭ —— e —— ው | مم‎ 9 —— e —À—— 


ÀJ‏ همو و ውውው <e... ey | -ው-3ው‹‏ مإ ممه - ውው-ው-ው-ውው = ውው ወው ውውወ ወ ውፍወ % ውው ውውውወ ው ውው ወመ‏ موو ወ ውፍ‏ ون 
5 = مم ውውው‏ ممه መሙ‏ — مو ميمه ወ‏ ما سم ወውወውውው ውው oo ውወ ፍውውውው‏ یم 


eee‏ ا MM MEDI UO ፓት‏ ا I‏ 08 سپ تس سے سیت 


1 | Interest accrued on loans, securities, ete... -mm 











ON WBAT ACCRUED TO BE PAID WHEN 










5n--———————— Áo (end 








e ——]À—— e ووو و مو‎ ee e ውው مهه‎ 


مسعصممه |  ውውውወጡጡ ወ ውጡ‏ — وو موو —À"‏ — — —— چپ موم و ممصمو مه مل o —— ts‏ مه ——— دوج هومموو مهه موه ውውውው ውጭው:‏ مهه مهه موم وقممه  —À መው‏ ممممممم  —‏ — 
ee. M‏ 


DIPL OOPS መ መጣው) And‏ سم سم سم ع ع tede‏ هته شا مه مہ سے ብ‏ 4 امم ھی ہے یت 
- - 


8 Real estate [ (a) Used Of business purposes N gS 
book value | (b) Not used for business purposes... —— ን 





— — سس — — — ውው ሠው‏ سے 





DESCRIPTION OF PROPERTY 


ይው ووو ووو‎ ወወ ው و‎ ውሀ ፍው وات‎ ውውው ውውውወ ወውወው ውውው 9950 0005000 02 00700020 ፍጡውውው ወው ውው ባው ወው ውውውውው እወ rro سو ه‎ LLL ውውው ወውውው ه مص م ص مو وم‎ 


ወው ውውው ውው ው:9.9 مهممم‎ cs وو‎ ውው ወው ل‎ ውውው ————— 30 





| 
| 
| 
| 
| 
| 
i 
| 
| 


 ውወውውውወ مهو و‎ ው وام همو‎ መው ው ውው ፍ — ውውው ውው ወ መው ፍጭ ወ ት” و همه‎ M ወ ውው 











“ሠሙ ሠው 


ASSESSED AMOUNT OF 
وت‎ ENCUMBRANCES 


ሁውውሙው‏ وو موو —— ወው ውውውው ው —Ü ውውው‏ مو 










ወወ ወው همهو‎ ዑፍ ወው ውው ووو‎ me ወፍ ወ مومو‎ ወው ወውውውው مهه‎ ወውው ومو ہو‎ ውውው همهو هوو‎ ው ውውውውውውው ወ مسممھإھمممےے و‎ 
— وو و‎ ውውው مو 9 0 وو 00 مو وو وه‎ ውውው وم 2 909 00909999929 وه‎ መው ውው و‎ ውው መው መው 
ሠው ووو وو‎ ወወ — —— ውው-ውውውው፡ ወ وو‎ ውውው ውው ውው ውው ውውው ውውው ውው ውው ውውው  — ውመውውውው ውው ወ: ውውው መው ው መው 
cc ውው መውውው ወ ወወ ወውው ہے‎ መሠው — ውውው ውው هو مو‎ ውው ውው መው ውው ወ ውው ውው መው ውውው ውው eae o — ہے‎ — 


| ውውውውው ውው ce وم‎ ውው ወወ ویو وم‎ ውውው ውውው ወ ወ مهوم مهوم‎ ———À وموم موی‎ ውውው ውውው ውው M9 


سم شة شه ane‏ 


——M— 








ውውውው‏ مه 9.9 مم مم መውውውው ውው ወው ውውው ውፍ‏ مو ود 


ልዊ‏ اکس مہو سے مو ممووو و ممو هوم ممم مممممم وم مو مو م 
٠‏ كمة م تمحعه ع aad 6፡:.5156 the‏ لمع List separately each item amounting te 10 per cent or more of the‏ © 
11 


مہ 












(a) Listed— present market value... 
(b) Unlisted—present value... 


Stocks acd bonds: 









; 1 la 
DESCRIPTION IBBUINO COMPANY 








፦--መሙ 











46 9ሠው.9. [6.9 ወው ዋውው ወወፍ ወፍ ፍ ወቁ ቀ terere torret etos e 19 ውውው ወ ወው ው ውው ወ [ው ውው ውው ውው ممم وإ‎ 9.9 ውፍ መጩ ወወ [ኙ# ውውው ሠው ወወ ወወ 


46% ውውው 


ሑ 95 ده‎ e 


ee eese ወውወ ወወወዊወ ወወወ መው 









7 ِ2“ وهاو یج ውክ‏ ده امه عد ፍው‏ شک وو او eS‏ عو موه دع و ء عو ء 9999 ወዱ‏ وو حاو ولع عع neces‏ اوم و هوه ومو "esee eot St «ፍወ ው‏ 


6.9 9 9.9.9.7 ወው 99.9.9 فوقوم وده‎ ዑ ጤው ው ውወወ ውውው مموه ]موه موه‎ ውው ወ ወው. ወጭ ወው ው ወወ ጡ وم وو‎ ውው ወ ው ውመ ውጭ ው ወወ ተወ ووو هچو‎ ወወ ውው ውው ወው ውው ውው .ሥ ወው مو‎ ወው ወወ ውው ውውውውውወ ወው ce وهو‎ ውው ው ውጭ መወ وو هو ووهه ووو وهه‎ ው ፍው وه مه‎ 


ጉ-ዓፌሌሌ9%.9 ወወ ውው ወወወ ውው ወ መወ ሠው ...مه ومومو‎ 4.09 [>=8ወ99 ወቀው ወወ ወወ ውውወ ወውውወ ወጩ ው ወ ወውወውውወወወወ>'» ውውው ወው ወወ ውወ ወጭ وم 6 وه واو ون‎ ወውውወውወወ ወው esses وة 6 عن عع وه 68/66 16 99899 ووقو‎ 


Materials in stock and not included in Item 4, Assets: 
10 (a) For use on uncompleted contracts (present value)..._....... dur Ghats © pee 
(b) Otber materials (present TAU ER ET za دض په ودي‎ Er ሰው ا وج‎ 


ممصو مه ው መው ውውውውው‏ ممه ممه د ۹ 












DESCRIPTION OF MATERIAL QUANTITY 


are ea 


መወ ወ ውወ ee ወወ ቃፍ ውው ውወ ውውው ውው 


ውውው ror ቁ ውው ውጡ ውውጭ ውውፍ ወው o eoe o vos- ወው 


9-2 ውውሙወ 





E 
VALUE 


DEPRECIATION 
CHARGED OFF 





CAN. 


1፲ኝ DESCRIPTION AND CAPACITY OP ۲٢۵8 


























|. ወ. ወውወ ec ec eere مج حم ا خیب‎ ወወ ውወ ወወወ ፍውውወ ውፍ ومو وو ےم‎ 7 ወ ውው ውው 005 


re qs መውውውውወ ውውው ዑ ውው ወፍ ውወ وو‎ ውውውውውው وود‎ ውውውፍው 


. 4..999999 ወወ ووو و‎ ፍውወወ ومو‎ ውውወ و‎ ወወ» ውውው ወፍ woes ፍ ውው ውውውው و‎ ወው ወጡፍው loses ወፍ ፍ ውወ or ወ። [<< 
መወውወ ወወ ውው ወወ ወውወ ወወውወወ ውህ "e 
ው 09-99 ውወወወ | so 


VEMM. አለ ይዬ erates 






ወፍ ወወ 9 ፍጭ ወወ ኀውው ውው ውጭ ው ውጭ ው ወ‏ وو ወውወ ውው‏ موو ወወ ወው ጡወወ9 99 ዋውው‏ ووو 
گرا یں መወውውጭወ ወወ9ውውውወወው‏ 
دوښو 


ውውፍ ውውጭው ወ ውወ ውፍ ወውጡውው% ወፍ ፍው. less‏ ومو 9ውው ወ፡9‏ 9999 ووو 9 ወ ውውው ወወ ውወ 99/99 ው ወወ9 ወ ወቁ ወ ውው‏ .99 لوه دن و وه 





۳٥۰٣ هو‎ ۰ ٧ وه هه هوه و‎ 90۵ ٥ و ووو و وه‎ ٥٥ ٥ ووه و وو و وو‎ | ውውው و مو وو ووو‎ ው ወ و‎ ٥و‎ ውው ወ [ሠ ወውወ 9 ውወ'ፍ ውውው 6 መወ ወውው ውፍ ወጭው 

















e ወወውውወወ © 
“ተ 9፡99 99፡9 ወው ፍወ وو وو‎ ውውው ው% ውፍ ወው وو‎ ወ ውው ووو چو‎ ዑፍ ووو‎ ወው ውውው ውወ ወፍ ወፍ ወጭ ውው ውፍ ወጭ መመመ ወጭ ወው ውውውው» 
ው.» - 


مومعو موه - ውውው eel. eoo . cc ውውወ‏ موه ወውው ወውውወ‏ 99/9 ہے À‏ ماه وهم ወወ rere ee ero re ou‏ ”96.91 مه هوه وه وه( هو ووو ه وواسمه ههو ههوو وو دوه ۵٥‏ وهه هوه موه ممه همه ممه ٥٥٥‏ ه ههه 656 66ہ 66666666 ووو وهو وو ው‏ 


ወውወውውወ ፡‏ وومةه 











ወ وه صعة ماک واو ک واو و واوو ووواخ‎ ወወ ወወ یه و وا وه و‎ © 6 cs موہ‎ ወወ ወፍ ውው و‎ 0 ወው ووا‎ ውውው ወ وو ه هه‎ ወወ ውወወ ወውወ ሸመውውወ و ع‎ eee oe ወ ده وو!‎ 9969 ወወ ወወ oe eo ዑወውውውወወ [ውው ወው ወ ወወ eee ee conse ہم‎ ወወ دواع وده اع هن‎ eee pepe etos 





999.9 ዋወ وو ووو‎ ውጭ ወ መጡ ወ ወ ወወ ውው ወ ወወ ወው مه مو‎ ብ. .. ...ው:።»።”... ውሀ 9፡9 ውውው وو و ووو‎ ውው [ወወ ወወ ወወ ወቱ ውውወወወ'9 ውው هه‎ ወወ [ኙ. e ወ ውው ወው ومومو ومو مفو‎ 











ፍወ ፍፍ 15 ወ eoo e ወፍ ፍፍ ፡ ወውውውው ው 6: ውፍ‏ وو Saa ወወ:‏ جه انعا ع اع cese ዱፍወ ወወ los ወወ ወ ወፍ‏ 6 عع الهاو او و امه ወቁ‏ سو واه ወ‏ تو ع onse ፍፁ ውፍ ወወ ወ‏ و ወወወውወወውወወውወው ወቁ ወወወወፍ‏ مو وو مهمه وو 
c.‏ ممم ወወ ው ው ወ ሠው ወወ ውወ ወፍ ውው ወፍ‏ وو موو ወው ወ ውውው‏ وو و ወወ 9 ወ‏ ومو ወወ‏ وو wee cee cence ወው ወወ ወ‏ 
ውወ ወ‏ _ ووو ووو حم وو ووو ووو وو ووس ወወ.‏ موه ووه 99.9 ውው‏ وو و وو وو 
ممم صم ውውው ወፍ ወ'9 ውውውዋ ፍፍ‏ مہ econ A‏ 
a‏ 


MES 
č -PREE LIU ULIS So MER TERE EPR L کے‎ 
- med 
C “9 ወወወወ 


© فد موي‎ ወወ uu—u———————À—ÓÉÉ ወወ وو ووو وو‎ ወወ ሁወ ውወ ውው ወ وو اسو موو‎ ው ወወ ውውው 9.9 موو‎ ወ ውው ووو وهو‎ ወወ ወ ውውውውው ወው [ሠው 9. مده‎ ወመ ወወ ወፍ ውው ወ ውው 'ዋ ውው ውው ወ [> ሙውው መወ ومو‎ ውውው ውውው oer ሹው ውው [ው ወፍ ውው ውውጭውወ ወ ہے‎ መ 


Are there any liens against the 80060 شک‎ If so, state total amount... سس‎ ቁ... 


® [4 two or more items are lumped above, give the sum of their ages, 
12 


: . DETAILS RELATIVE TO ASSETS (Continued) 
—————————————M—M— 
12-| Furniture and ۴ة‎ at book value... 
لل‎ MID FS Sa و چاو‎ RI a E ea ee ህአ. NEN SEE" و‎ IS 
ساد‎ a ee 
RM | Other assets 











DETAILS RELATIVE TO LIABILITIES 


(a) To banks regular ند بس‎ 
ሰ) To banks for certified fae ee ካም ያ 

(c) To others for equipment obligations ےت سے لات شاف ست‎ 
(d) To others exclusive of equipment obligations... 


TO "HOM: NAME AND ADDRESS 















Notes payable 









e — M በጨ‏ | مه e.‏ مهه ممه ههه هه ቓ ራው ውጭ‏ مو مم مههه ወ ው ው ውው‏ مه ووو —— —M MÀ M‏ مهو مههه مهمه م 
ee ው” መ መው |‏ 


ው. ውውውው ውውው ውውው ውውው ውው و‎ ውውፍ le ውው. ባሕ ወው ques quee €. 
1 ውው ውው-ወ-ውው ውው هو‎ oo ممه‎ —— M M! ውው ی مم‎ ው ው-ው- ው ወው ውው 9 ውው ወ [ወ 9:9 مجه‎ ውው ውውወ ወ መወ ውው ወ. ص صو ممم‎ ውውመሙው ውውው ۸ ወ ውወ ውውፍ ውቁ ወ ውው ፍው ወ [.፡-ው ሠ ውፍ ሠ. 








کی ተፀ... 28 S ርመ‏ ہر کا 
Accounts payable [ 0) ው. ፥‏ 2 











C : TO WHOM: NAME AND ADDRESS FOR WHat sities AMOUNT 














e سے‎ — 





3 Real estate encumbrances (See Item 8, Assets) 











4 Other liabiliti 
DESCRIPTION : AMOUNT 








lf a corporation answer this: 


Amount for which incorporated LU Cuba uem Se Wer د‎ 3 : 





In what state_ 





Names and titles of all persons having authority to execute and receipt estimate vouchers and to conduct other 
business for the corporation, including its officers, the signatures of whom are legally binding. 





Do you bave necessary “certificate of authority" to transact corporate business in this state, under the terms of 





1 
/ 


Capital paid in cash_ 


Chapter 215, Acts of 1929, and acts amendatory thereto... 


If a co-partnership answer this: 


Date 010 4... ርም ርን ጅምሮ ሚር ጀርሙ Se 9.901 7 





State whether co-partnership is general, limited or associstion__ 


Give the names, addresses and proportional interests of all parties: 
Name : Address Share 











nti 


14 





£5 





The name of the partnership firm under which the above partners are operating ደውም ہیں‎ un د‎ 
x: luE را‎ Se ጨባ. کا رر ال کو‎ 
Give Dames and titles of all persons baving authority to execute and receipt estimate vouchers and 

1 : to 
* ممع نی‎ for the partnership, the signatures of whom are legally binding. conduct otber 


DUMP MEL Un RU ا ہہت ہے‎ 


ZN 





The undersigned hereby declares that the foregoing is a true statement of th financial coed 

corporation herein Grst named, as of the date herein Orsi given; that this ume M for the eee in EU does ለ ሎችና, et 
It is submitted to award the submiltor a contract; and that any depository, vendor er other agency berein named Is bereb الف اانا‎ (o whom 
such party with any information necessary te verify this statement. ereby authorized to supply 





NOTE: A eoparsership most give Arm seme sad 6105418738 of al partners. : 
A eorporatioa max pir» fall corporsie same, aigaatare af o Scial aed affi corporeae 0 








لس ہت 
سا ON‏ ان په VIO‏ 
E E EEE‏ کا و د E E E O V. See‏ ا و و 


Affidavit for Individual 
STATE OF. | 
65: 


COUNTY OF 








being duly sworn, de d 
that the foregoing financial statement, taken from his books, is ۵ true and accurate st i i Chr eee 
thereof and that the answers to 556 foregoing interrogstories are true. داد لا‎ statement OBIS موو‎ 6197025616012140 dati 


Subscribed and sworn to before me this 
day mug c ህረ Rete M SO Upplicast must sigs bere) 


Ve E O DUNS ee Sle nese M Se ሙን‏ اوہ 
Notary Peblis‏ 
م 
for Co-Partnershlp‏ :۸50۴1 
| سی ۷ د ئا هره 21692:0000 رج 
2m‏ 








COUNTY OF. 
OS NE MESTRE Uo oL peer ያዜ. 8ሀ027 .መር5.. SRE E E ፡ 

being duly sworn, deposes and says 
that be is a member of the firm of. : that ba fanir 


with the books of the said frm abowing its financial condition; that the foregoing financial statement, Laken f ; 
Srm, is a true and accurate statement of tbe financial coodition of the said 1 rom tbe books of the said 
going interrogatories are true. We said firm as of the date thereof and that the answers to the fore- 


Subscribed and sworn to before me this 
کت ےس تسس تھا تہ هو وول‎ ge 


س 
Notary 25059‏ 
—————————————————— — — سے 


Affidavit for Corporation 


ጩጨ! of irm man sigs bere) 











STATE OF 
COUNTY OF. 8 
AUT اس‎ O ፡ ووو‎ MM ا و و ا ا‎ A ا ا‎ 
5 duly sworn, deposes and says that be is 


ን GE EE تو پل‎ EE PET Ce RE ORME Mi وا ل وا وب‎ ርም E NEA POE 

ration described in and which executed the foregoing statement; that he is familiar with ; ہے‎ the cor- 

ito Bon pedi oe Ratia ٧۰٢ Ur aid المت‎ ag of. Bn نوا بی‎ (Leite d ive دنه ص‎ 
a emen e financial condition of said corporation as of the date thereof and that the answers to the loregoing interrogatories 


Subscribed and sworn to before me this 
daye ee BE 


(OfScer mart açı bere) 








— Nou Publis 
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a to ‘prepare a sehcdulc‏ ا ای ای NA‏ میس دو CC‏ کی نس سو ساوک E‏ ل AEE‏ او 
Sf the prevailing wages to be Paid in connection with All construction‏ 


and maintenance awarded by the Board of Works, Allen County, Indiana 
.for the months of January, February, March - 1987 


In compliance with thc provisions of CHAPTER #319 of thc Acts of thc 
General Assembly of INDIANA, 1935, havc established a schedule as 
hereinatter set forth for the following trades to wit: 


ALLEN COUNTY 


HOURLY EXP. 
۸ UAW PEN ህለ 8 NTI 


ASBESTOS WORKERS 18.5 [o2] 
BOILERMAKERS روہ ای‎ D. 
27ء‎ E 


CRAFT 
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BRICKLAYERS 5 5/31, 
CARPENTER — (DLDG.] 16.15 [sol :لو‎ | 02 | HIER [sni 
MEM. تا‎ (49465) | ۱۹.۵6 [rss [nos] ا‎ os دورد وا‎ 
CEMENT MASONS Duca | هص‎ or رز‎ 5 5/31, 
DRYWALL TAPER Lato. ود‎ 1,00] |.12. “al Porn! 
ELECTRICIAN لن‎ xe 0 وړ‎ ARNO 
BLevaror cowsmucron | 1 | 17,32 |1.6ዛ1.2716)51. | [25 
GLAZIERS i او ارت سد‎ NIIT eae 5/30/ 
lRON WORKER 118.6 | 2.25] ب ۱ئ |مه.2‎ 93-7 5/31// 
LABORER (BLDG) Fi ود و‎ 11059 BETE 3/31/1 

ጆ (HIWAY) ومول‎ TT TOT a 21 
Lease (SEWER) 0۶۰۶ 1.45 Exod wow 7 3/31/1 
LATHER HEE 1.50] 1.25 | [.ez | :8181 5/31/፤ 
814,8816ዘ s PILEDRIVER | 1 | 16.55 | 1.50| 1.25 i er | 5/31/፥ 
OPERATING ENGR. (BLDG) EN EN .04IF |5/31/t 
Ryne 9 (MIRAY) 1 | 1.80 ES 5 3/31/8 
E 2፳ 
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"SPRAY ع‎ SANDBLAST المره‎ ۵ 
5/31/8 
PLUMBER & S''EAMFITTER 0 5/31/8 


566 
31 
PLASTER us 
1 
وو‎ 
፲፪ 





5/31/8' 
17/8: 


ROOFERS E 
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SHEET METAL WORKER 


SPRINKLER FITTERS | i | 18.03 | 1.70 


TEAMSTERS 
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3/31/87 


If any CLASSIFICATIONS ARE OMMITED IN THE ABOVE SCHEDULE, PREVAILING WAGE 
SCALE BE PAID the above and forgoing shall be minimum prevailing wage scale 
for this project as set by thé wage scale committee, but in no way shall 
it prevent the contractor or sub - contractor from Paying a higher rate of 
wages than sct out in the schedule of wages on file. 


DATED THIS 9th DAY OF January 19 87 
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REPRESENTING GOVERNOR OF INDIANA 
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REPRESENTING TIE AWARDI AGENCY 


REFRESENTING THE STATE AFL-CIO 
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hour 


hour 


hour 


week 


week 


R Dw € 


LOB AGM SST EROS B/U- I Gb: D ING 


$14.82 per 
$14.92 per 


$15.12 per 


$66.70 per 
$61.00 per 


Effective thru 6/30/87 


Trucks under three (3) tons 
Trucks over three (3) tons 


Truck Driver 
Euclid/earthmover 


Health and Welfare 


Pension 


TEAM STE ROS H TCG HON AY 


. Effective thru 4/30/87 
Teamsters trucks under three (3) tons ....... $13.06 per hour 
Teamsters trucks over three (3) tons .......$13.26 per hour 


Tandem Tandem Trucks DI. d MA 2:4 ቅዱ دوو وواه‎ $13.31 per hour 


Health & Welfare..... MCI ANDE AC .$53.50 per week 


Ta a $55.00 per week‏ 6:0 وو 
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Wo: 
፻ on Admn. ۰ 
TITLE 4)٤ Contract for Ornamental Street Lighting #185-87, 


Kenwood Avenue 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 
SYNOPSIS OF ORDINANCE The Contract for Ornamental Street Lighting #185-87, 
Kenwood Avenue, is for an underground ornamental lighting 


system for Kenwood Avenue from North Anthony Blvd. to Leroy Avenue. 


The Weikel Line Company, Contractor. PRIOR APPROVAL RECEIVED 








EFFECT OF PASSAGE toned ds 


itions at above location. 


EFFECT OF NON-PASSAGE 
D Raab mo ھت ہے مھ ہی‎ M M LI NET UM uq. 


EE. ٢٢‏ لع چس مس GE CIN C ት ገ QU UPS‏ سرت ہو ا 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) | $7 86750 


n ۷‏ ل ee Mo uer ou‏ چوک 


ASSIGNED TO COMMITTEE 
سس ہے ہے سلا شش سے رڈ ہے ہہ ےج کہ تہ وټ و‎ 7۳٤۶٤ 


S-87-04-27 


EN‏ ت 


BILL NO. 


REPORT OF THE COMMITTEE ON CITY UTILITIES 


ዔ--”መ።::.. 2...” መ መ له ےم مم ہے‎ OUR NE UE 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 
للب وت شر شسشکھ‎ ረር و‎ ee 


REFERRED AN (ORDINANCE) (RESODUQDON). approving the Contract for 
ው smile avis سل سب‎ mae rr 7 


Ornamental Street Lighting 2185-87 - Kenwood Avenue, between the : 


City of Fort Wayne,Indiana and The Weikel Line Cold 2 EIR 


connection with the Board of Public Works and Safety. ን 


T——————————— ብ... ገያ 7 2፡22 22.2. am ق9816‎ በል በመር i 





db شی وا و يسا وس‎ y vi ا کر‎ dao 
HAVE HAD SAID (ORDINANCE) (፪85808፳፳88ን UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 





Be -€Z_€.2 CHARLES B. REDD‏ سے 


CHAIRMAN ا وی‎ RE es, Se RE a ee اچچ‎ 






PAUL M. BURNS 
VICE CHAIRMAN 


THOMAS C. HENRY 


BEN A. EISBART 
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oe SANDRA E. KENNEDY‏ رسب 


CITY CLERK 





